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BILL NO. S-82-06-^?^ 7 


SPECIAL ORDINANCE NO 


. s- //S'n o 


AN ORDINANCE approving a contract 
with T & F Construction Corporation 
for street lighting of Home Avenue. 

BE IT ORDAINED BY THE COMMON COUNCIL OF THE CITY OF 

FORT WAYNE, INDIANA: 

SECTION 1. That a certain contract dated May 5, 1982, 

between the City of Fort Wayne, by and through its Mayor and 

the Board of Public Works and T & F Construction Corporation, for: 

contract number 158-82, installation of 
street lights on Home Avenue from Broadway 
to Thompson, 

for a total cost of Five Thousand Seven Hundred Fifteen and No/100 
($5,715.00) Dollars, all as more particularly set forth in 
said contract which is on file in the Office of the Board of 
Public Works and is by reference incorporated herein, made a 
part hereof, and is hereby in all things ratified, confirmed 
and approved. Two copies of said contract are on file with the 
3ity Clerk's Office for public inspection. 

SECTION 2. That this Ordinance shall be in full force 
and effect from and after its passage and approval by the Mayor. 













Read the first time in full and on motion by_ 

seconded by /X) _» and du ^ adopted 

bv title and ref^eirfed to the Committee_ 


ea,d y the second time 

(Znjd the City 
after 


Plan Commission for recommendati on) and Publib Hearing to be 
due legal notice, at the Coune±T'"Chambers, City-County Building, Fort Wayne 
\ . the 


Indiana, on_ 


_day of 


£ A-yA 




Read the third bime. .in full and on motion by___ 

seconded by_ „^ _, and duly adopted, placed on its 

passage- PASSED (ESSS.) by the following vote: 



AYES 

NAYS 

TOTAL VOTES 



BRADBURY 

BURNS 

A 


ElSBART 

33 


GiaQUINTA 


NUCKOLS 

SCHMIDT 

X- 


SCHOM.BURG 

A 


STIER 

X 


TALARICO 

X 


DATE: 

h ~~ c^- 



ABSTAINED ABSENT TO-WIT: 

V3 




X. 

)<s 




CHARLES W. WESTERMAN - CITY CLERK 


Passed and adopted by the Common Council of the City of Fort Wayne, 

Indiana, as (ZONXNG-MAE) - (-GEN ERAL) - (ANNEXATION) (SPECIAL) 

_(ABPR0PRiAT I ON) ORDINANCE (RESOLOJTXQNl. N0._ 

on the _ o?c>? day of 7-^z-^r ^— _, 19 


ATTEST: 



CHARLES W. WESTERMAN - CITY CLERK “ PRESIDING OFFICER 

Presented by me to the Mayor^of the City of Fort Wayne, Indiana, on 

the_ d ay of _, 19 at the hour of 

XX _o 1 clock I 


Approved and signed by me this 
19 at the hour of_ 3 _o'clock 


CHARLES W. WESTERMAN - CITY CLERK 
day of_ 


9 


Mi,E.S^T. 




WIN MOSES, JR. - MAYOR 

















































































S-82-06-07 


BILL NO. 


REPORT OF THE COMMITTEE ON_CITY UTILITIES 


WE, YOUR COMMITTEE O N cit Y Utilities _ T0 mon WAS referred an 

ORDINANCE approving a contract with T & F Construction Corporation 
for street lighting of HOme Avenue 




HAVE HAD SAID ORDINANCE UNDER CONSIDERATION AND BEG LEAVE TO REPORT 





























CONTRACT - 



STATE OF INDIANA ) 


) ss 

COUNTY OF ALLEN ) 


THIS AGREEMENT AND INDENTURE made and entered into this, 
the d ^y of _ S ) and between: 

The City of Fort Wayne 



'The party of the first part, termed in this agreement and the 
Contract Documents as the "Purchaser,” and 


T & F Construction Corporation 


The part of the second'part, termed in this agreement and the 
Contract Documents as the "Contractor": 

WITNESSETH: ' ' ‘ 

THAT, WHEREAS, the Board of Public Works has heretofore 
caused to be prepared certain contract documents for furnish¬ 
ing labor and equipment and performing work therein fully des¬ 
cribed, and the Contractor did, on the 7t h day of April, 1982 , 

file with the Board of Public Works, a copy of said contract 
documents, together with his offer and terms therein fully 
stated and set forth, and, 

WHEREAS, the said contract documents accurately and fully 
describe the terms and conditions upon which the Contractor is 
willing to furnish the labor and equipment and perform the work 
called for by the said contract documents and in the manner and 
time of furnishing and performing same. 

IT IS THEREFORE, AGREED: . ' 

FIRST - That a copy of said contract documents filed as 
aforesaid be attached hereto and that the same do in all par¬ 
ticulars become the agreement and contract between the parties 
hereto in all matters and things set forth therein and described- 
and further, that both parties hereby accept and agree to the 
terms and conditions of said contract documents so filed, for the 
following; 


To light Hone Avenue-from Broachmy to Thompson in the amount 


of $9,715-00 


- 1 - 















SECOND - The Contract Documents hereto annexed are made 
a part of this agreement and contract as fully and as absolutely 
as if herein set out verbatim. 


This contract consists of the following component parts all 
of which are as fully a part of this contract as if herein set 
out verbatim, or if not attached,-as if hereto attached: 


1 . 

2 . 

3. 

4. 

5. 

6 . 

7. 

8 . 

9. 

10 . 
11 . 
12 . 

13. 

14. 

15. 

16. 

17. 

18. 

19. 

20 . 
21 . 


Advertisement for bids 
Instructions to bidders 
Specifications and special provisions 
Detailed specifications and addendum 
Construction drawings 

Application for cut permits into Fort Wayne street, 

county roads and/or State highways 

Street barricade maintenance information 

Contractor's bid 

Material list 

Bidder's Bond 

Non-Collusion Affidavit 

Certificate in lieu of financial statement 

Certificate in lieu of Equal Employment Statement 

and Affirmative Action Program 

Equal Opportunity Clause 

Federal Labor Standards Provisions 

Copeland "Anti Kick Back" Act (18 U.S.C. Sec. 874) 

Davis-Bacon Act 

Federal Wage Scale < - 

State Prevaling Wage Scale . - 

This Contract 
Performance Bond 


In the event that any provisions in any of the above com¬ 
ponent parts of this contract conflicts with any provision in any 
other of the component parts, the figured dimensions and sizes 
specified are to take precedence over scale measurements, or 
should any part of the work, materials or apparatus be dimensioned 
or sized differently on different drawings or different parts of 
the same drawings, the larger or heavier sizes shall take precedence 
unless otherwise directed or corrected by the engineer. 

THIRD - The unit prices agreed to in this contract will re¬ 
main in effect until the work covered under this contract is com¬ 
pleted. 

FOURTH - This contract is executed in duplicate. 


FIFTH - It is further stipulated that not less than the 
general prevailing rate of wanes as ascertained by the Citv of 
Fort Wayne or the Indiana Departner.t of Labor shall be paid to 
all workmen performing work on this contract. 

SIXTH - It is further stipulated that Contractor shall pay 
all lawful claims or indebtedness which may accrue, by operation 
of lav; and otherwise,- to any persons, firm or corporation on 
account of any labor or service performed or material furnished 
or service rendered, in the carrying forward, pertormina, and 
completing of said contract including Subcontractors, laborers, 
materialmen, and those performing service on account of or direct¬ 
ly in connection with the completion of said contract. 

SEVENTH - Jt is further stipulated that any judgment rendered 
against the City of Fort Wayne or-any official thereof, in any 
suits for damages for injury to real or personal property, or for 
any injury, sustained by any person growing out of any act or • 
doing of Contractor, or its agents, employees or workmen and that 
any judgment of any court or award of any Board of Arbitratiors or. 
of the State Industrial Board of the State of Indiana rendered 
against the City of Fort Wayne in any suit or claim arising under 
said Workmen’s Compensation Acts, of the State of Indiana,^now in 
force, relating to compensation for accidental injuries or death 
suffered by his employees' or the employees of any Subcontractor 
or Subcontractors in the course of their employment, when notice 
of the pendency of such suit, hearing or arbitration shall have 
been given said Contractor, shall be conclusive against Contractor 
a:s to amount, liability and all other things pertaining thereto; 
it being the intent of the parties hereto that Contractor indemnify 
and hold, harmless City in the premises. • 

EIGHTH - The Contractor further agrees to be bounded by 
Section 15-13 (as amended), of the Code of the City of Fort Wayne, 
Indiana of 1974, passed by the Common Council of the City of Fort 
Wayne, Indiana as General Ordinance No. G-34-78 (as amended) on • 
December 12th, 1978, a copy of which Section is attached, and in¬ 
corporated herein and made a part hereof. (NB/1 -NE/3). 

NINTH - The Contractor shall furnish a Performance Bond in 
a form acceptable to the City of Fort Wayne for the full value of 
the work. ' ' • .. 


IN FAITH WHEREOF, Witness the hands and seals of both 
parties on the day and year in this agreement first above written. 



.MAYOR 


Jus <£ /L— 


BOARD OF PUBLIC WORKS 



CONTRACTOR: 


T■& F Construction Corp. 


hpp 

By: 


roved ip Form 


£i 


T 


ASSOCIATE CiTY / 


// 


BY: 



J. L. Taber 



President 


Legality 

BY: VL 



Secretarv- Treasurer 

V. L. Miller 



JNEY 
















THE CITY OF FORT WAYNE 

CITY-COUNTY BUILDING » ONE MAIN STREET • FORT WAYNE, INDIANA /6S02 


March 31, 1982 


Attention All Bidders: . 

Addendum #1 

Resolution No. 158-82 • 

Replace page one (l) of the Instructions to Bidders for 
#158-82, Home Avenue—Broadway to Thompson dated March 19, 1982 . 
date to receive bids'has been revised to April 7th, 1982 , at 9:0( 
A.M. 

David A. Hiatt • 

Supervising Engineer 




contract 

The 

) o'clock 


AN EQUAL OPPORTUNITY EMPLOYER 



CITY OF FORT WAYHE,.INDIANA 
IMPROVEMENT OF STREET LIGHTING ' . 

INSTRUCTION TO BIDDERS ■ . , ■ 

March 19 _1982 

Sealed proposals will he received by the Board of Public Works of the City 

of Fort Wayne, in the State of Indiana, until 9 :QQ _ o'clock A.M. , 

B.S.T. on the 7th day of April 1982, at which hour the Bids will he ' 
publicly opened and read for the following work: 


CONTRACT NUMBER 158-82 
Home Avenue--Broadway to Thompson 


The Bids will then he submitted to the Engineers for examination and comparison 
Upon completion' of their report as to the amounts of the different bids per 
.unit price offered, the Board will proceed without unnecessary delay to award . 
one contract to the lowest qualified Bidder. The Board reserves the right to 
reject any and all Bids. ■ 

Permission will not be given for the withdrawal or modification of any 
proposal after the same has been filed. 

Each proposal shall be endorsed with the title of the work, the"name of 
the Bidder, and the date of its presentation. All Bids shall be filed with 
the Clerk of the Board of Public Works, on or before the day and hour mentioned 
above and stated in the advertisement, and no proposal presented after this 
time shall be accepted. - 

Ho Bid will be accepted from or Contract awarded to any person, firm,->or 
corporation that is in arrears to the City of Fort Wayne, upon any debt or 
contract, or who has failed to execute, in whole of in part, in a satis¬ 
factory manner, any contract with the City; or who is a defaulter as to 
surety or upon an obligation to the City of Fort Wayne for any reason. 

All Bids must be upon the Bid Form which follows. It is to be understood 
that all provisions of Bid Form 96 -A, as prescribed by the State Board of 
Accounts, are to be considered to be a part of the Bid Form which follows, 
vith such additions incorporated therein as found necessary for this 
Project. The usual Statutory Affidavit shall be made on the form provided. 







CITY OF FORT WAYNE, INDIANA 
IMPROVEMENT OF STREET LIGHTING 


INSTRUCTION TO BIDDERS 

March IQ ' . 19 8 ? - ' 

1. Sealed proposals will be received by the Board of Public Works 
of the City of Fort Wayne, in the State of Indiana, until 9:00 
o’clock A.M., E.S.T. on the 31st day of March 19 82 , at which 

hour the Bids will be publicly opened and read for the following work: 

CONTRACT NUMBER 158-82 ' 


Home Avenue—Broadway to Thompson 


The Bids %?ill then be submitted to the Engineers for examination 
and comparison. Upon completion of their report as to the amounts of 
the different-bids per unit price offered, the Board will'proceed 
without unnecessary delay to award one contract to the lowest qual¬ 
ified Bidder. The Board reserves the right to reject any and all 
Bids. . • - 

2. Permission will not be given for the withdrawal or modification 

of any proposal after the same has been filed. ' ' • 

3. Each proposal shall be endorsed with the title of the work, the 
name of the Bidder, and the date of its presentation. All Bids shall 
be filed with the Clerk of the Board of Public Works, on or before the 
day and hour mentioned above and stated in the advertisement, and no 
proposal presented after this time shall be accepted. 

4. No Bid will be accepted from or Contract awarded to any person, 
firm, or corporation that is in arrears to the City of Fort Wayne, 
upon any debt or contract, or who’has failed to execute, in whole / or 
in part, in a satisfactory manner, any contract with the City; or ' 
who is a defaulter as to surety or upon an obligation to the City of 
Fort Wayne for any reason. 

5. All Bids must be upon the Bid Form which follows. It is to be 

understood that all provisions of Bid Form 96-A, as prescribed by the 
State Board of Accounts, are to be considered to be a part of the 
Bid Form which follows, v/ith such additions incorporated therein as 
found necessary for this Project. The usual Statutory Affidavit shall 
be made on the form provided. * " 







•6. in accordance with-the provisions of an Act of the General 
Assembly of the State of Indiana, Chapter 30 G, Page 1243, Acts of' 

1947, each bidder is required to submit under oath, with and as a - 
part of his Bid, a statement of his experience, his proposed plan 
for performing the work, the equipment which he has available for 
the performance of the work, and a financial statement of his 
business. The statements must be submitted on forms prescribed by 
the State Board of Accounts, copies of which are bound herewith. 

7. Each Bid must be accompanied by a Bond executed by the bidder and 
surety satisfactory to the Board of Public .Works, in the sum of ten 
percent (10%) of the aggregate-amount of the bid or proposal; or the 
bidder may deposit with the Board of Public Works, in lieu of. such 
Bond, a certified check on. a solvent bank, payable to the City'of 
Fort Vvayne, equal in^ amount to the amount required in such Bond. 

Said Bond, or certified check, is required as a guarantee that should 
the said Bid or proposal be accepted by the Board of Public Works, 
the bidder will, within ten (10) days from the time he shall have 
been notified of the acceptance of the same, enter into Contract with 
the City of Fort. Wayne for the work bid upon, and give Bond with surety 
to be approved by the Board of Public Works, insuring the faithful 
completion of the Contract. • . 

. In case a Bid is not -accepted, the obligation of the said Bond 
will be null and void and said certified check shall be returned to " 
the bidder. ' ; . . • 

- In case a Bid is accepted and the Bidder does enter into Contract. 
with the City of Fort Wayne for the work bid upon, with ten (10) days " 
from the time he shall have been notified of the acceptance of the ' 
same, and does furnish Contract Bond as required, then the obliga¬ 
tion of the said Bond shall be null and void and the said certified 
check shall be returned to the Bidder. . 

In case a Bid is accepted and the Bidder shall refuse to or ■ 
neglect to enter into a Contract with the City of Fort Wayne for the 
work, material or apparatus bid upon, within ten (10) days from the 
time he shall have been notified of the acceptance of the.same, and 
•furnish Contract Bond as required, then the obligation of the Bond 
shall remain in full force or effect and said certified check shall 
be forfeited, to the City of Fort Wayne as ascertained and liquidated 
damages for failure to do so. - . • 

3. The successful Bidder, at the time of signing the Contract, will 
be required to furnish Bond (at his own expense) guaranteeing faith- 
. ful execution of the Contract, in full amount of the Contract Price 
executed by the Bidder and surety to be approved by. the Board of ' 
Public Works, on the Bond Form marked "Performance Bond", and bound 
herewith. The Performance Bond shall contain the following clause: 

"The said surety, for value received, hereby stipulates •• 
and agrees that no change, extension of time, altera¬ 
tion or addition to the terms of the Contract accompany- 
the same, shall in any v.-ay effect its obligation on this 
alteration or addition to the terms of the Contract, or 
to the work, or to the Specifications”. 


9 . Persons, firms and corporations submitting Bids or proposals shall 
demonstrate to the sat i.s fact i(?n of thq Boqrd ? before entering into 
Contract, that they have proper facilities, expert workmen and experience 
to execute the Contract in a proper manner; otherwise their Bids or 
proposals will not he considered. 

10. Each Bidder is to submit, with his proposal, a list of his install¬ 
ations of work similar in size and type that are in successful operation. 

11. All Affidavits sworn to before a Notary Public in states other 
than Indiana should have attached thereto a Certificate of the Clerk 
of the Circuit Court or a court of similar jurisdiction, that such 
Notary Public is authorised to administer oaths. The venue of the 
Affidavit should also be laid where the Affidavit is made. 

12. The Board of Public Works may refuse to consider any Bid that 
is deficient in any of the fore-mentioned requirements. 

13- The Specifications under which the work will be done may be obtained 
at the office of Board of Public Works, Ninth (9th) Floor of the City- 
County Building, Fort Wayne, Indiana, for a fee of ten dollars ($10.00), 
payable to the Board of Pxiblic Works. This payment is non-refundable. 

l ! i . It shall be the responsibility of the Bidder to place his proposal 
in the hands of the Board of Public Works on or before the time stated 
for opening the proposals. If for any reason whatsoever, including 
unexpected delays in the delivery of the United States Mail, the proposal 
is received after the time that has been set for the opening of the 
proposals, the proposal will not be accepted. 

15- Bidders are required to visit the Site and inform themselves fully 
of the conditions relating to construction and labor, under which the 
work will be done. 

16. SPECIAL NOTE : All Persons,. Firms, and Corporations submitting 
Bids for the Work shall obtain the PROPER PERMITS from the ELECTRICAL 
PERMIT DEPARTMENT to perform the work described herein. 

17. Contractor who receives this contract is responsible to contact 

the HAD-HELP number ( b 23-^357) to have all underground utilities 
located prior to actual construction, otherwise, contractor will be 
liable for damages to other utilities. • - 

18. The Contractor who has determined to be the successful Bidder 
on this project, shall be required to have a Licensed Journeyman' 

Lineman on the project site at all times. The responsibility, of the 
installation, construction and maintenance of the proposed operations 
of this project shall be completed under his direct supervision. 

The successful Bidder shall submit to the Street Lighting Engineering 
Department the name of the person and/or persons required to 
successfully fulfill this requirement prior to the commencement of 
construction. 



SPECIFICATION AND SPECIAL PROVISION 
Street Lighting Resolution 
153-82 • • 


The following special provisions are herein established 
in addition to the "General and Detailed Specifications", 
as supplemented, which is hereby made a part of the Con¬ 
tract Documents by reference and together will be referred 
to as the Standard Specifications. All work performed 
under this cpntract will be governed by the provisions of ' 
the Standard Specification except as modified or amended 
by these'Special Provisions or the Plans or other Contract 
Documents prepared specifically for this contract by the 
Board of Public Works of the City of Fort Wayne, Indiana 
or an agent appointed by said Board. 


The plans for this project, entitled Pome Avenue—Broadway 
. to’Thompson ....... . . -X--■ : • . . . ' i.x, ' 


Public Safety • ' 

If at anytime, in the.opinion of the engineer, the work 
is not properly lighted, barricaded and in all.respects 
safe to public travel, persons on or about the work, or 
public or private property, the engineer shall have the 
right to order such safeguards to be erected and such 
precautions be taken as he deems advisable, and the con- . 
tractor shall promptly comply with such orders. If, under 
such circumstances, the contractor does not or can not 
immediately put the same into proper and approved condi¬ 
tion, or if the contractor or his representative are not 
upon the ground so that he can be immediately notified of 
the insufficiency of safety precautions, then the engineer 
may put the work into such a condition that, it shall be, . 
in his opinion, in all respects safe, and the contractor 
shall pay all expenses of such labor and materials as may 
have been used for this purpose by him or by the engineer. 
Such action of the engineer, or his failure to take such 
action, shall in no way relieve the contractor of the entire’ 
responsibility for any cost, loss, or damage by any party 
sustained on account of. the insufficiency of safety pre¬ 
cautions taken by him or by the engineer acting under author¬ 
ity of this section. . . ' - . 


Protection to Property 

Materials shall be neatly, safely and compactly piled up 
along the sides of the roadway in which the improvement 
is located or adjacent thereto, as the engineer may direct, 
in such a manner as to cause the least inconvenience and 




damage to property and to the general public, and not 
within fifteen (3.5) feet of any fire hydrant. Private 
drives and street crossings shall be kept open. Shade 
trees cind other improvements shall be protected from 
damage. Injury to lawns, trees, sidewalks,'street or 
Other improvements shall be made good by the contractor 
to the satisfaction of the engineer. The contractor 
shall at all times keep the work site clean and free of 
dust. _ . ; . • . • 


Cooperation with Utilities • , 

The plans show all knovm utilities located within the 
limits of this contract according .to information obtained, 
from various utility companies. The accuracy of the plans 
in this respect is not guaranteed. The contractor will 
be required to cooperate his work with all utilities v/ith- 
in the limits of this contract as directed by the engineer. 

.The contractor is also required to locate all utilities 
forty-eight (48) hours before work commences by calling 
RAD-HELP, 423-4357. ... 


Materials - ' : ■ •’ /'■ 1 .. i. 

The City of Fort Kayne, Indiana shall furnish all materials - 
shown on the material schedule which is hereby made a part 
of the Contract Documents. . .' 

Aluminum'Poles ' ’ • ;• : 

All poles-will be placed in a straight hole so that the 
bottom of the hand hole will be 8" from the top of grade. . 
The hand hole will face the direction of incoming wire. 

The poles vri.ll be set in eighteen (18) to twenty. (20) inches 
of polyurethane foam with'a density of seven (7) pounds per 
cubic foot. The remainder of the hole shall be filled with 
• spoil to within-two (2) inches of grade and compacted to 
ninety-five; (95) percent dry density as determined by a 
modified proctor. All poles shall be plumb after install¬ 
ation of the po.st top luminaire. All poles shall be grounded 
Poles shall be placed at locations shown on plans or as . 
designated by engineer. ' ‘ 


Trenching . - ..... 

All trenching shall be twenty (20) inches deep parallel to 
the street and one foot from the face of the sidewalk. All 
backfill material shall meet the approval of the 






engineer. All backfill material will be compacted'to ninety- 
five (95) percent dry density as determined by a modified 
•proctor. The contractor shall compact said trenches within 
three (3) dciys after the initial opening of the trench and 
said trench shall be backfilled the same day that it is 
opened. If the contractor does not comply with the back¬ 
fill requirements five . (5) percent of the unit price shall • 
be deducted from the bid for each foot of trench which 
does not pass inspection. 

Conduit ‘ * . '/• ' ' 

V7here existing pavement is encountered (sidewalks, drive-, 
ways or streets) the contractor shall bore or jack new 
conduit under the pavement at a depth of twenty (20) inches. ' 
Any wire passing under the pavement shall be installed in' 
said conduit. "Where trees are encountered the contractor 
shall bore or jack new conduit under said tree at a depth 
of twenty inches. The conduit length shall be computed 
as follows: trees sixteen (16) inches and larger (O.D. 

+ 12 feet); trees fifteen (15) inches and smaller (O.D. 

+ 6 feet) ► . 


Luminaire • . • 

The contractor shall include in his bid for the installa¬ 
tion of the luminaire all necessary connections required 
to make the luminaire operiitional. 


Underground Wire ' . ■ .. 

Underground wire shall be buried twenty (20) inches deep 
The contractor shall install five (5) feet of wire into 
the pole. All wires shall be protected at all times. 
There shall be no splices made in the cable or connection 
made in the ground. All connections will be made in the 
hand hole or in a specified hand hole in the ground. 


■landscaping • 

The areas disturbed by the contractor shall receive a . 
minimum of two (2) inches of loamy soil of a density of 
one hundred twenty fj.ve (125) pounds per cubic foot. 

The area shall be fine graded, fertilized, rolled and 
lightly mulched. Grass seed shall be sown.at a rate of 
six (6) pounds per one thousand (1000) square feet.of ’ 
area. The seed mixture shall be as foblows: 2 Ibs./lOOO 

sq.ft, chewing fesciie; 2 Ibs./lOOO sq.ft, perennial rye; 
2 Ibs./lOOO sq.ft, kentucky bluegrass. The fertilizer 
shall have.a 4-16-16 analysis and be applied at the rate 
of five (5) pounds, per one thousand square feet. 






All removal items designated as salvagable by the project 
engineer shall be the property of the City and shall be 
delivered to the Street Lighting Warehouse. All other items 
are the property of the contractor. 

Removal 

The contractor is responsible for removal of existing light¬ 
ing only v/ithin the linits of the project area as identified 
on the plans. 

Progress Payments : 

This project is being financed by the Barrett Lav; Revolving 
Fund v;hereby the property owner will contribute up to a 
maximum of $3.27 per front foot of property abutting the 
project and the City shall pay the balance. The "revolving 
fund" provides for the City to finance the property owners 
obligation thus assuring the contractor of a 100% cash contract. 
The contractor will be entitled to receive monthly progress 
payments; based upon the engineers estimate of work completed, 
and submitted to the Board of Public Works for approval. 

However,- these monthly payments shall not exceed ninety (90%) 
per .cent of the monthly estimate or 90% of the City's con¬ 
tribution which ever is the lesser. .. . 

Concrete Replacement 


Where contractor finds it necessary to remove any part of a 
sidewalk to install conduit and/or cable for this job, it will 
be his responsibility to completely replace the sidewalk panels 
so damaged. Where it is necessary to cut driveways, streets, 
or alleys the trench will be overcut'and repaired to the stand¬ 
ing Street Engineering specifications. 

Controls 

The contractor will instai'l a 1 1/2", 90° ell and one (1) 10' 
length of conduit on the utility riser pole and will leave 
sufficient cable to reach the top of the pole. The City will 
install additional conduit and control with other forces. 








FOUNDATION 


Where pole locations are'to be in curb v;alk, pole pill be set 
on 18” x 18” x 4’ reinforced concrete bases with grounding 
anchor bolts and entry sleeves. The City shall furnish the 
anchor bolts and sleeves where required. 


The Continuity Test shall be made with an Ohmmeter properly 
scaled for measuring the resistance of the Power Cables. This 
test shall verify the following: ‘ . 

'1. That each Power Cable is continuous to all 

of its termination points, - ... 

2. That the cable coding at all the termination 

• - . points is consistent with cable coding at the . ‘ 

; supply point► . - - 

3. That the power cables are not crossed with 

the-Neutral or with each other. . .* 

4. That the Main Circuit through each of its • 

• • branches does not have unusual resistance 

values. ' •... ' _ % • • . . 

The entire completed installation shall be tested by circuit 
r .or. by such, portions as may be selected by the Engineer. 

Galvanized Steel Conduit in the road shoulders shall be installed 
in trenches excavated to a neat line but in the shoulder surface. 
■ The trench shall be backfilled with fill gravel., and compacted tc 
. original density and the surface will be replaced with like matej 
ial of original thickness.- 

Pole Standards shall be plumb after installation of the Post Top 
luminaires. * • * - - . " .. . . 

All. Aluminum Standard's shall be grounded. 

‘ Curbwalk - - • . ’ 

All curbwalk removed will be replaced in accordance to . - .* 

; Street Engineering specifications. ■ It is expected that the 

adjacent pavement will receive some damage. The contractor ' • 

shall replace any pavement damaged with full depth asphalt 
to a width as required by the engineer. It should also be •• 
noted that the pavement replacement will be paid for under 
asphalt patching as will the replacement of pavement where 

• it is required to trench in the street. 







TO ALL CONTRACTORS WITHIN THE CITY LIMITS OF FORT WAYNE 
Gentlemen: 

The City of Fort Wayne Street Department has advised the Fort Wayne Beard 
of Works the third trick Street Department crews are spending approximately 
50% of their time re-erecting barricades placed on various projects through¬ 
out the City. This responsibility of maintaining construction signs, barr¬ 
icades, etc., belongs entirely with the contractor. 

Please refer to the attached copy of the City of Fort Wayne application for ' 
permit to cut into Fort Wayne streets, whereby the contractor is responsible 
to erect and maintain all necessary barricades. The City makes reference to 
The Indiana Manual bn Uniform Traffic Devices for Highway Cbnstruction and 
Maintenance Operation; Indiana State Highway Commission-date, 1975. 

Maintaining these signs shall include necessary stabilizing of the signs • 
whether this be accomplished by embedding the legs of the sign in the street 
or using sandbags as ballast on the lower crossarms or legs of the signs. 
Other procedures of installing ballast on signs may be devised by the con¬ 
tractor, however, under no circumstances, shall sandbag ballast be placed • 
on the top of barricades. This has been determined as a hazard to the driv¬ 
ing public. Should one of the signs be hit by a car, the sandbag could 
very well fly through the windshield of the car causing serious injury. 

Effective January 1, 1978, a form will be included in bid documents re¬ 
quiring contractors to list name(s) and telephone number (s) of those re¬ 
sponsible for maintaining barricades at all hours for each project. 

If, after notification by City, contractor’s representative does not im¬ 
mediately correct barricade problem and City must perform this work, a 
charge will be made against contractor. 

THE FORT WAYNE BOARD OF PUBLIC WORKS 


jg 

Attachment 











STREET BARRICADE MAUiTEII^ICS HiPOPj-IAglON 


Listed below are the Banes and telephone numbers of the persons 
responsible for the maintenance of the barricades necessary for the dur¬ 
ation of this contract. 


■K AMS TBIgFHONE HUMBER 


Curtis P. Ranes _;_ (219) 486-3348 


T & F Construction Co rp. of Indiana 
Contractor ~ ' r 


Resolution ITo. 158-82 















; ; STREET LIGHTING ENGINEERING '* 

Resolution numbe r 158-82 

Oa March 31 .1982 .. •' Bid Proposal • 

.. " ' HOME AVENUE—-BROADWAY, to THOMPSON 


ITEM 

NO. 

DESCRIPTION - • 

.QUANTITY 

UNIT 

UNIT PRICE 

AMOUN 

D0LS. 

CENTS 

DOLLARS 

001 

Install -l 6 * blk. alum, bole h' .deep with 






. 

pole set. 

8 

Ea. 

80 

00 . 

.640.00' 

002 ’ 

lnsta.ll TC100-R Luminaire and' lamp 

8 

Ea. 

.40 

00 

w • 

o . 

o 

° 1 






... i 

003 

Install , 2 /c and/or l/c #it aluminum wire 







in trench or conduit 

1000 - 

L.F. 

0 

40 

400.00 

OOh 

Trench in Earth—20" Deep 

It 00 

. L.F. 

l 

80 

720.00 /' 








005. , 

Bore or push lb" tubing—1ft. to 20ft. un- 







der drives, trees,'walks, alleys’, etc... 

300 . - 

L.F. ‘ 

.. 4 

00 

. 1 , 200 . 00 - 








006 

Bore or push lb" tubing-over-20ft. under 







drives, trees , walks , .alleys ,. etc ... 

Too 

L.F.' 

. .. 4 

50 ' 

' 450.00 ' 









Fine Grading, Seeding, and Straw 

It56 - 

L.F. . 

0 

35 

.1.59.60 ' 








008 

Trench in' asphalt including backfill with 







same pavement type and thickne’ss 

1*0 

L.F. 

7 

O'O' 

•280.00 - 








009 

Install lb" conduit in trench 

"ito • 

L.F. 

1 

00 . • 

40.00 * 








010 

Install 10'. Riser ■ ; 

i 

Ea. 

45 

"00777 

' 45.00 








Oil 

Install l/c #12 TV? wire 

200 

L.F. 

r 0 

20 .;..... 

. • 40*,00 





\ 



012 

Install grounding lug 

8 

Ea. . 

1 

30; 

10.40 








013 

Install multiple compression fitting- 

' 1 : b 

Ea. 

1 

50 " 

!> 

o 

o 








01 h 

Remove existing 2'x2' concrete foundation 






! 

1 includ. anchor bolts' and backfill . 

l 1 ! ' 1 

Ea.' 

50 

00 

'700.00 








015 

Remove, existing luminaire 

l } i 1 

Ea. 

-9 

00 

-126.00 








6 

Remove ..existing 10 ’-12’ ornamental post 

lit 

' Ea. 

40 

00 

560.00’ / 

. v 











TOTAL 

B'JjD ‘ 

5,715.00 J 





• cP 


r ■ * 

Proposed Starting Date: ■ • 





m- 

* 

Proposed Completion Date: 




- 

f 





1 
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TO BE.EXECUTED BY BIDDER AND SURETY COMPANY BEFORE DEPOSITING BID: 
BIDDER'S BOND 


Know All Men By These Presents: 

That we T & F Construction Corp. of Indiana 


Deposit Company of Maryland 


_as principal an d Fidelity and 
and 


as Sureties, are held and firmly bound unto the City of Fort Wayne, 

Indiana in the sura of 10% of Amount Bid _Dollars ($_ ) 

to be paid to the said City of Fort Wayne, Indiana, or its successors or 
assigns, for the payment of x^hich, well and truly to be made, x^e' hereby 
bind .ourselves, our heirs, successors, executors and administrators, 
jointly and severally, firmly by these presents. 


Signed and sealed a t Richmond, Indiana _ t hi s 7th d ay o f 

April X9 82 

The condition of this obligation is such that if the accompanying 

bid or proposal of T & F Construction Corp. of Indiana _ ' _ 

made this day to the City of Fort Wayne, State of Indiana, is accepted, 
and the contract awarded to the above bidder, and the bidder shall, 
wit^qqp ten (10) days after such award is made, enter into contract 
v tp ,the-,,City of Fort Wayne, State of Indiana, for the vjork bid upon, 
./,»aW‘‘’giT?e. y t»pnd as required: then this obligation shall be null and 
lyvoidj otherwise it shall remain in full force and effect. 

\ ‘h'■'''Sighed at Richmond, Indiana _ thi s 7th day of_ 

yxh.Apri 1 ;•*’ _ s qq 82 

//// I | i^uF' x 'Construction Corp. of Indiana 

R.H. Grader Principal yi ce President 


Fidelity & Deposit Co. of Maryland ,/ 



C 


DorothyJ 

— Attorney-in-Fa( 
























FIDELITY AND DEPOSIT COMPANY OF MARYLAND 

HOME OFFICE: BALTIMORE, MD. 

Know All Men By These Presents: That the Fidelity and Deposit Company of Maryland, a corpora- 
( tion of the State of Maryland, by C. M. PECOT, JR. , Vice-President, and C. \h ROBBINS 

Assistant Secretary, in pursuance of authority granted by Article VI, Section 2, of the By-Laws of said Com¬ 
pany, which reads as follows: 

. , Sec - 2. The President or any Executive Vice-President, or any of the Senior Vice-Presidents or Vice-Presidents specially author¬ 

ized so to do by the Board of Directors or by the Executive Committee, shall have power, by and with the concurrence of tin- Secre¬ 
tary or any one of the Assistant Secretaries, to appoint Resident Vice-Presidents, Assistant Vice-Presidents and Attomcys-in-Faet 
as the business o. the Company may require, or to authorize any person or persons to execute on behalf of the Company any bonds, 
undertakings recognizances, stipulations, policies, contracts, agreements, deeds, and releases and assignments of judgments, decrees, 
mortgages and instruments in the nature of mortgages, and also all other instruments and documents which the business of the Com¬ 
pany may require, and to affix the seal of the Company thereto. 

does hereby nominate, constitute and appointVemon Matherly, lynw&ll L. Case, Jerry J. Tils, 
Robert W. Robbins, Russell L. Turner, Gregory K. Dlls, Earl 1„ Chamness, Dorothy Jean 

Ellis, Janet L. Turner, David U„ Matherly, all of Richnond. Indiana. EA CH .-_ 

Its true aAcPlawful agent and Attorney-in-Fact, to malce, execute, seal and deliver, for, and on its behalf as 
surety, and as its act and deed: any and all bonds and undertakings, each in a penalty not to 
exceed the sum of SEVEN HUNDRED EIETY THOUSAND DOLLARS ($750,000)...... 9 


And the execution of such bonds or undertakings in pursuance of these presents, shall be as binding upon said 
Company, as fully and amply, to all intents and purposes, as if they had been duly executed and acknowledged 
by the regularly elected officers of the Company at its office in Baltimore, Md., in their own proper persons. 

This power of attorney revokes those issued on behalf of Vernon Matherly, etal, dated, 
September 27, 1979 and on behalf of Jerry J„ Dils, etal, dated, November 26, 1979„ 


(' 


The said Assistant Secretary does hereby certify that the aforegoing is a true copy of Article VI, Section 2, of the By-Laws of 
said Company, and is now in force. 

In Witness Whereof, the said Vice-President and Assistant Secretary have hereunto subscribed 
their names and affixed the Corporate Seal of the said Fidelity and Deposit Company of Maryland, this 
.XO.th...day of.Peb.rraaxy.., A.D. 19.81... 


FIDELITY AND DEPOSIT COMPANY OF MARYLAND 


. Q o- { 


e the subscriber, a Notary Public of the State of 


it Secretary 

State of Maryland \ ss: 

City of Baltimore / 

On this 10th day of February , a.d. 19 81 ,.... 

Maryland, in and for the City- of Baltimore, duly commissioned and qualified, came the above-named Vice-President and Assistant 
Secretary of the Fidelity and Deposit Company of Maryland, to me personally known to be the individuals and officers described 
in and who executed the preceding instrument, and they each acknowledged the execution of the same, and being by me dulv sworn 
severally and each for himself deposeth and saith, that they are the said officers of the Company aforesaid, and that the seal affixed 
to the preceding instrument is the Corporate Seal of said Company, and that the said Corporate Seal and their signatures as such 
officers were duly affixed and subscribed to the said instrument by the authority and direction of the said Corporation 

In Testimony Whereof, I have hereunto set my hand and affixed my Official Seal, at the City of Baltimore, the day and year 
first above written. J • 


I, the undersigned. Assistant Secretary of the Fidelity and Deposit Company of Maryland, do hereby certify that the origins 1 
Power of Attorney of which the foregoing is a full, true and correct copy, is in full force and effect on the date of this certificate- and I 
do further certify that the Vice-President who executed the said Power of Attorney was one of the additional Vice-Presidents spe¬ 
cially authorized by the Board of Directors to appoint any Attorney-in-Fact as provided in Article VI. Section 2 of the By-I am of 
the Fidelity and Deposit Company of Maryland. ■’ 

This Certificate may be signed by facsimile under and by authority of the following resolution of the Board of Directors of the 
Fidelity and Deposit Company of Maryland at a meeting duly called and held on the 16th day of July, 1969. 

Resolved: "That the facsimile or mechanically reproduced signature of any Assistant Secretary of the Company whether 
made heretofore or hereafter^wherever appearing upon a certified copy of any power of attorneyissued by the Company, shall be 


valid and binding upon the Company with the same force and effect "as though*! 

In Testimony Whereof, I have hereunto subscribed my name and affixed the corporate seal of the «aid Company this 

_7 th....day of.. Apri l 10 82 



ZSCtf.—1M» 10-S 


211806 



























IN TESTIMONY WHEREOF, the bidder has hereunto set his hand this 
_' day of __, 1 9 . 


Bidder 

IN TESTIMONY WHEREOF, the bidder (a firm) have hereunto, set their 
hands and seals this ,_ day of _19_. 


FIRM NAME __ 

(By 

( 

Individual ( 
Names • (By^ 


■IN TESTIMONY WHEREOF, the bidder (a‘ corporation) has caused this 
proposal to be signed by its President and Secretary and affixed its 
corporate seal this 7th day o f April __, 1 9 82 


T&F Construction Cow':' of Indian a 


. % w 


Name of C,oi 


mjL 


potation 


Vice-President ,. Rj|h-XJrader. 


Secretary 


V. L. Hiller 


If the bidder is 
of the State of 


: corporation, 

Indiana- 


it is incorporated under the laws 


If the bidder’s proposal is accepted, the contract i^ill be signed 
by: 

J. L. Taber ' •______ V. L. Miller _ 

Title I President Title : Secretary-Treasurer 

NOTE 2. Use this form if certified check accompanies bid: 

Enclosed herewith find certified check for $ ~ _, being 

_ % of the maximum bid herein, made payable to:____ . 


The Name of Officer and Municipality 

the proceeds of which are to remain the absolute property of said 

__________ if __1____ 

Municipality Bidder “ 

shall not within __ days after notice of acceptance of the x^rithin 

bid, enter into a written contract, and secure said contract by a bond 
for the full amount of the contract to the approval of the proper official 
of said_ ■ . 


Municipality 































NOTE I. .If the bidder is a corporation,it is incorporated 
under the laws of the State of___ _ 

If the bidder’s proposal is accepted, the contract 
will be signed by: 


TITLE: 


TITLE: 

NOTE II. Use this form if cashier’s or certified check accompanies 
bid: 


Enclosed herewith find cashier’s or certified check 
for $_, being 10$ of the maximum bid herein, made payable to: 


Name of Officer and Municipality 

the proceeds of which are to remain the absolute property of sai d 

_ ' _;_i f _ ' 

Municipality Bidder 

shall not within ___ days after notice of acceptance of the 

within bid, enter into a written contract, and secure said contract 
by a bond for the full amount of the contract to the approval of the 

proper officials of said ______ . _'_ 

Municipality 

NOTE III.Use this form if bidder’s bond accompanies bid: 

Enclosed herewith find a bidder’s bond in an amount 
equal to ten (10) percent of maximum bid herein, subject to the approval 
of the Board of Public Works, conditioned as follows: -that if the 
Board of Public Works shall awar d T & F Construction Corp. of Indiana the 

contract for said work, and i f T X h Con st micTT orF C oLp~^~of I rich ana _shall 

enter into a contract and furnish a - * 100^"performance bond as required 
within 10 days from the date he is notified of the acceptance of his 
bid, then the obligation of said bond shall be null and void, otherwise 
to remain in full force and effect. . 













1 I i J \ I I 


KNOW ALL MEN BY THbSE PRESENTS, that we T & F Construction Corn, of Tnril an* 

as Principal, and the • Fidelity & Deposit Company of Maryland ________ 

_____/ a corporation organised under the laws of the 

State of Maryland _, and duly authorized to transact business in the 

State of Indiana, as Surety, are held firmly bound unto the'City of Fort Wayne, 

Indiana, an Indiana Municipal Corporation in the sum of ___ 

- Fifty-Seven Hundred Fifteen and 00/100 Bnllarc _ __ 

( $ 5,715.00 _), for the payment whereof well and truly to be made, 

the Principal and Surety bind themselves, their heirs, executors, administrators, 
successors and assigns. Jointly and severally, firmly by these presents. The 
condition of the above obligation is such that - . 

WHEREAS, the Principal did on the 27th day of A ' pr ii _1 9 82 , 

enter into a contract with the City of Fort Wayne to construct 

Installation of Street Lights on Home Avenue from" Broadv/ay to Thompson. " ■ ■ 


at a cost of $ 5,715.00 , according to certain plans and specifications 

prepared by or approved by the City. 

WHEREAS, the grant of authority by City to so construct such improvement 
provides: 

That said improvement shall be completed according to said plans and 
specifications, and contractor shall warrant and guarantee all work, mater¬ 
ial, and conditions of the improvement for a period of D nc (1) 'year "from 
. the date of final acceptance in writing by the Owner; 

Tnere shall be filed with "the City, within thirty (30) days after comple¬ 
tion, a Completion Affidavit; 

Said Principal is required to agree to make such adjustments, modifica¬ 
tions, and repairs as required by the City within thirty (30) days after 
notice. 


' 















•no change, extension of time, alteration, or addition to the terms of the con¬ 
tract or to the work to. be performed thereunder, or the specifications accom¬ 
panying the same, shall in any way affect its obligation-on this bond, and it 
does hereby waive notice of any such change, extension of time, alteration or 
addition to the terms of the contract, or to the work or to the specifications. 

NOW THEREFORE, if the principal shall faithfully perform all of the terms and 
conditions required of it by the contract and shall for one (1) year after 
acceptance of said improvement by City warrant and guarantee said improvement 
and shall indemnify the City for all loss that City may sustain by reason of the 
Principal's failure to comply with any of the terms of the authorization, then 
this obligation shall be void, otherwise it shall remain in full force and effect. 


ATTEST: 

V. L. Miller- 

(Title) CORPORATE SECRETARY 

*lf signed by an agent, power of 
attorney must be attached 


JL-&JF Construction...dorpxif—Indiana_ 

(Contractor) 

BY: ^77 Z , / j. L. Taber 

ITS:' _ President __ 



(Attorney-in-Fact) 









Power of Attorney 

FIDELITY AND DEPOSIT COMPANY OF MARYLAND 

HOME OFFICE: BALTIMORE. MD. 

Know All Men By These Presents: That the Fidelity and Deposit Company of Maryland, a corpora¬ 
tion of the State of Maryland, by C, M 0 RECOT, JR, , Vice-President, and C 0 V. ROBBINS , 
Assistant Secretary, in pursuance of authority granted by Article VI, Section 2, of the By-Laws of said Com¬ 
pany, which reads as follows: 

Sec. 2. The President, or any Executive Vice-President, or any of the Senior Vice-Presidents or Vice-Presidents specially author¬ 
ized so to do by the Board of Directors or by the Executive Committee, shall have power, by and with the concurrence of the Secre¬ 
tary or any one of the Assistant Secretaries, to appoint Resident Vice-Presidents, Assistant Vice-Presidents and Attorneys-in-Fact 
as the business of the Company may require, or to authorize any person or persons to execute on behalf of the Company any bonds, 
undertakings, recognizances, stipulations, policies, contracts, agreements, deeds, and releases and assignments of judgments, decrees, 
mortgages and instruments in the nature of mortgages, and also all other instruments and documents which the business of the Com¬ 
pany may require, and to affix the seal of the Company thereto. 

does hereby nominate, constitute and appointVemon Matherly, Lynwell L, Case, Jerry -J. Dils, 
Robert W. Robbins, Russell L. Turner, Gregory K. Dils, Earl L. Chaim ess, Dorothy Jean 
Ellis, Janet L. Turner, David N»Matherly, all of Richmond. Indiana. FAGH........._ 

TtSTrue and lawtul agent and Attorney-m-Fact, to make, execute, seal and deliver, for, and on its behalf as 

surety, and as its act and deed: any and all bonds and undertakings, each in a penalty not to 
exceed the sum of SEVEN HUNDRED PIETY THOUSAND DOLLARS ($7^0,000). 


And the execution of such bonds or undertakings in pursuance of these presents, shall be as binding upon said 
Company, as fully and amply, to all intents and purposes, as if they had been duly executed and acknowledged 
by the regularly elected officers of the Company at its office in Baltimore, Md., in their own proper persons. 

This power of attorney revokes those issued on behalf of Vernon Matherly, etal, dated, 
September 27, 1979 and on behalf of Jerry J. Dils. etal, dated, November 2 . 6 , 1979. 


The said Assistant Secretary does hereby certify that the aforegoing is a true copy of Article VI, Section 2, of the By-Laws of 
said Company, and is now in force. 

In Witness Whereof, the said Vice-President and Assistant Secretary have hereunto subscribed 
their names and affixed the Corporate Seal of the said Fidelity and Deposit Company of Maryland, this 
_IQth.day of.February;., A.D. 19.8.1... 


Attics 

llsSuft 


FIDELITY AND DEPOSIT COMPANY OF MARYLAND 


. .0 . 


Assistant Secretary 


By... 


fthJLz, L. 


Vice-President 


State of Maryland 1 ss: 

City of Baltimore / 

On this 10th day of February , A.D. 19 81 , before the subscriber, a Notary Public of the State of 

Maryland, in and for the City of Baltimore, duly commissioned and qualified, came the above-named Vice-President and Assistant 
Secretary of the Fidelity and Deposit Company of Maryland, to me personally known to be the individuals and officers described 
in and who executed the preceding instrument, and they each acknowledged the execution of the same, and being by me duly sworn, 
severally and each for himself deposeth and saith, that they are the said officers of the Company aforesaid, and that the seal affixed 
to the preceding instrument is the Corporate Seal of said Company, and that the said Corporate Seal and their signatures as such 
officers were duly affixed and subscribed to the said instrument by the authority and direction of the said Corporation. 

In Testimony Whereof, I have hereunto set my hand and affixed my Official Seal, at the City of Baltimore, the day and year 
first above written. 


I, the undersigned, Assistant'Secretary of the Fidelity and Deposit Company of Maryland, do hereby certify that the original 
Power of Attorney of which the foregoing is a full, true and correct copy, is in full force and effect on the date of this certificate; and I 
do further certify that the Vice-President who executed the said Power of Attorney was one of the additional Vice-Presidents spe¬ 
cially authorized by the Board of Directors to appoint any Attorney-in-Fact as provided in Article VI, Section 2 of the By-l.aws of 
the Fidelity and Deposit Company of Maryland. 

This Certificate may be signed by facsimile under and by authority of the following resolution of the Board of Directors of the 
Fidelity and Deposit Company of Maryland at a meeting duly called and held on the 16th day of July, 1969. 

Resolved: “That the facsimile or mechanically reproduced signature of any Assistant Secretary of the Company, whether 
made heretofore or hereafter, wherever appearing upon a certified copy of any power of attorney issued by the Company, shall be 
valid and binding upon the Company with the same force and effect as though manually affixed.” 

In Testimony Whereof, I have hereunto subscribed my name and affixed the corporate seal of the said Company, this 

...27 th . ...day of. . April ., 19.., 8 2 


LM28Clf.—1M. 


211836 


A ssisla nt/Sccrela ry 





















NON-COLLUSION AFFIDAVIT 


The bidder, by its officers and ALL 


agents or representatives present at the time of filing this bid, 
being duly sworn on their oaths, say that neither they nor any of 
them have in any way, directly or indirectly, entered into any - • 

arrangement or agreement with any other bidder, or with any public 
officer of such City of Fort Wayne, Indiana, whereby such affiant.or 
affiants or either of them, has paid or is to pay to such other 
bidder or public officer any sum of money, or has given or is to 
give such other bidder or public officer anything - of value whatever, 
or such affiant or affiants or either of them has not directly or 
indirectly, entered into any arrangement or agreement with any other 
bidder or bidders, which tends to or does lessen or destroy free 
competition in the letting of the contract sought for by the attached 
bids, that no inducement of any form or character other than that 
which appears upon the face of the bid will be suggested, offered, 
paid or delivered to any person whomsoever to influence the accep¬ 
tance of the said bid or awarding of the contract, nor has this 
bidder any agreement of understanding of any kind whatsoever, with . 
any person whomsoever to pay, deliver to, or share with any^oth'd*?/,, 
person in any way or manner, any of the preceeds of the coma^ct', 
sought by this bid* . 




this 7th 


day of 


day of 


My Commission Expires: 


day of 


My Commission Expires: 



•>:> j : 

R. H. Grader Vice President r,, himiv"'' 

l sworn to before me by R. H. Grader 

April , 19 82 . 

Q . }\.J(>a : w 

, v % i 
>, 

N&tary Public Bonita'Jj. 
May 7, 1983 Resident of Wayne 

Keeney ; 

bounty 

[ sworn to before, me ; by • • -.•••... 


; ,119 •; 

•* ; 

; 


'Notary Public 
• Resident of 

Countv 

l sworn to before me by 

,19 . ' 

Notary Public 

- ’ Resident of 

County 

























CERTIFICATE IN LIEU'OF FINANCIAL STATEMENT 


V. L. Miller 


""(Name) 


, the Secretary- 


Of T & F Construction Corp. of Ind iana 
. ~ (Company)- ~~~ 


(Position) 

hereby certify: 

(l).That'the Financial Statement of-said company 


dated.the 31st day 0 f 


1 9 81 , now on 


file in the office of the Board of Public Works of t^e City 
..of Fort Wayn§, Indiana, which Financial Statement is by ref¬ 
erence incorporated herein and made a part hereof, is a true 
and correct statement and accurately reflects the financial 
condition of said company as of the date hereof; 

(2) That I am familiar with the books of said company 
showing its financial condition and am authorized to make this 
certificate on its behalf. • . j 


Dated: April 7, 1982 


.vF' v>, 


l/L 

(Signature) v . L . Hill ^;' ( 


SUBSCRIBED AID SWORN TO bofore me, a Notary Public in and 

for said County and State, this 7th day of April _, 

19 82. 


vV’ 


Aw*. q 

XI n l’ ^ T 1/ %/i* n .. // 


Ky commission expires: . * 


Bonita J. Ketfney 
hi F 

■ > Resident of 



•MM , s \ 
• lilllP"'' 


County 


May 7. 1983 
















' CERTIFICATE IN LIEU OF 
EQUAL EMPLOYMENT STATEMENT AND ' 
AFFIRMATIVE ACTION PROGRAM 


I_ R. H. Grader. _'_ the Vice President , of T & F Construction Corp of 

(name) • (position) . : (company) - ilT<tt ^ TTItr 

hereby certify; * * • 

(1) . That the Equal Employment Statement and the Affirmative Action Program 

‘ of said company, dated the 28th day of bay * , • 19 81 T is 

now on file with the Equal Employment Opportunity Office of the City of ’ 
Fort Wayne, Indiana, • -• • 

(2) That the Equal Employment Statement and the Affirmative Action Program 

• has been approved by the Equal Employment Opportunity Officer of the " 
• City of Fort Wayne. Indiana,. * 


(3) That said company is/gsosBi* Signatory to- the Fort Wayne and Area Plan 


either by direct agreement.to the Plan or 03 ' virtue of 
• with a Union that is signatory to the Plan, - 

a contract ( a^reement 

Dated: April 7th, 1982 

. ' C 

; L7* rw; f : . » h* i . 

State of Indiana 

County of Allen 

R. H- Grader • (signature) 

' • 0. t/.Arty >AJ! _ 

.V ice Pr es id ent /.•„/ ./ 

My commission expires: 

Bonita J. Kernel " Notary// 

Seal: 

;: 

7'Ad V-\. 

Mav 7. 1983 : 

• . -Resident of ' vjavne 

’ . K) } 

County 7 v> ; ; 

VX ;v>V 


• t 













; MINORITY/FEMALE EMPLOYHEKT REQUIREMENTS 

. • • ; ' . (CHOOSE ONE OPTION) . 

_ I- I will be a participating member of the Fort Wayne Area Flan for the 

duration of this Contract. * . 

XX. 2. 1 will be a union contractor for the duration of this Contract. All 

those performing work on this project will be unionized, or equality. 

_. 3. I.am currently bound to Federal Fegister requirements and .1 will 

follow them for'the duration of this Contract. ' (This .is not an 
' . option to those contractors not already bound to 'follow the Federal 
. Register.) - • ' " 

^_A.:. I will be bound to the following statements and shall complete the 

' ; - . Percentage Participation Goal Statement.' _ 

; The contractor’s/bidder’s attention is directed to the fact that the 
City of Fort Wayne, Indiana has made a determination to encourage a greater utili¬ 
zation of minority and/or female employees in construction projects of the City. - 
The Board of Works has, therefore, adopted a minimum goal of 17% of the total work 
hours on each project to be expended by minority and/or female employees. 

Minority for these.purposes shall include all of the following: 

Black, Hispanic, Asian, American Indian, Alaskan Indian or Pacific Islander. 

. In bidding on this project the contractor/bidder shall be required to 
state that percentage of total work hours to be expended on the project by minority 
and/or females. The percentage so designated shall, if the contractors or bidders 
offer is accepted by City, become contractually binding upon said bidder or ‘ 
contractor. ' ... 

• The contractor/bidder is further advised that all laws, rules, regula¬ 
tions, execution orders, and directives issued by the State of Indiana or the 
United States of America affecting or pertaining to this project or the work to 
he performed hereunder shall he controlling to the extent so provided or to .the 
extent that they might impose greater participation of employment by minority and/ 
or female employees and this determination by the City of Port Wayne does not 
supercede any of such state or federal laws, rules, regulations, orders, or 
directives applicable to .the work covered hereunder. ... . ’ 

The offeror or bidder is herewith advised that failure to complete 
and submit the following Percentage Participation Goal Statement 11 as a part of 

its bid shall cause the hid to be rejected as non-responsive< provided that the 
offeror or bidder has chosen Option. .. 
















PERCENTAGE PARTICIPATION GOAL STATEMENT 


The undersigned herewith agrees that not less than ' % of the 

total work hours expended by it and all of its subcontractors on the work 
covered by this bid shall be expended by minority and/or female employees 
(City has adopted a minimum goal of 17% of total work hours for each project 
for minority and/or female participation). - • * 



Contractor/Bidder 



; • . ; The; bidder is further directed to .stipulate below .what acts have or 

will be taken to ensure that the above agreed .upon percentage of total work hours 
. expended by minorities and/or females will be met: 


• NOTICE . .. - . . 

The monitoring and compliance authorities will be performed by the 
City of Fort Wayne. Indiana Compliance Officer. The contractor and his subcon¬ 
tractors will make all relevant and pertinent records available under this con¬ 
tract for inspection by authorized representatives of the Equal Employment 
Affirmative Action Office, and Department of Labor, and will permit such re¬ 
presentatives access to such during normal-wojrking hours. Worksite visits are 
for verification purposes. If contractor believes that records requested are 
not relevant, they may Initially deny access, promptly notify the Board of 
Public Works and comply with the findings of the Board as to the relevancy of the 
requested records. . 








Special Provisions - Additional Remedies 


Contractor/Bidder is herewith advised that, in addition to all 
. other remedies available to it for breach of contract. City shall 
have the following additional rights and remedies as against contractor/ 
•bidder in the event of a breach of or a. failure to file such forms as 
City might require to assure full compliance with all of the EEO/AA 
terms of the contract. 

•'1. To withhold all payments otherwise due contractor/bidder 
until such time as contractor/bidder complies with the EEO/AA 
\ '. terms and provisions of this contract. 

2. To assess a penalty of $100.00 per day or 10% of the total 
contract sum if cqntractor/bidder fails to comply with the EEO/AA 

• terms of this'contract, including a failure to furnish such in- 
•'■-. formation .and forms a City may require from time to time to assure 
compliance with non-discrimination and affirmative action provisions 
of this contract. 

3. To terminate the contract with contractor/bidder and forfeit 
all sums then due or to thereafter become due to contractor/bidder. 


The contractor/bidder is herewith advised of the necessity 'of its 
compliance with the terms and provisions of Indiana Code 5-16-6-1 which 
provides as follows: . ... • •.. _ ......... 

• .a. In the hiring of employees -for the performance of work under 

• this contract or any subcontract hereunder, -'no contractor, or sub-' 
contractor, nor any person acting on behalf of such' cdntractor 

-• .• shall by reason of race, religion, color, sex, national origin’or 
.' •• ancestry, discriminate against any citizen of the State of Indiana 

• '•• ■who is qualified and available to perform the work to which the em- ' 

• ployment-relates; .' ' ... .• ; •. - * • * 


>► • No contractor, subcontractor, nor any person on his behalf 
shall, in-any manner,•discriminate against or intimidate anv pip- 


b. 

: shall, an any manner, • discriminate against or intimidate any em¬ 
ployee hired for the performance of workunder this contract on 
account^of race, religion, color, sex, national origin or ancestry/ . 

. c. There may be deducted from the amount payable to the contractor / 
by the State of Indiana or by any municipal corporation thereof - - 
under this contract, a penalty of five ($5.00) for each person * ’ 

. for each calendar day during which such person was discriminated - 
against or intimidated in violation of the provisions of the contract* 


. d. ‘This contract may be cancelled or terminated by the State of . ' • 
Indiana or by any municipal corporation thereof, and all money- due * : ' 

. or to become due hereunder Day be forfeited, for a second or any sub- 
sequent violation of the terms or condition of this section of the 
contract. (Acts 1933, ch- 270, Sec. 1, P 1228, P.L. 27 sec. 2 P 127) 


Approved ‘-this ’/ 0 _ day 


ATTEST: 












During the performance of this contract, the contractor agrees 
as follows: 

(1) _ihe contractor will not discriminate against any employee 
or applicant for employment because of race, color, religion, sex., 
or national origin. The contractor will take affirmative action 
to ensure that applicants are employed, and that employees are 
treated during employment without regard to their race, color, 
religion, sex, or national origin. Such action shall include, 
but not be limited to the following: Employment, upgrading, 
demotion, or transfer; recruitment or recruitment advertising; 
layoff or termination; rates of pay or otlxer forms of compensection; 
and selection for training, inclxiding apprenticeship. The contractor 
agrees to post in conspicuous places, available to employees and 
applicants for employment, notices to be provided setting forth the 
provisions of-this nondiscrimination clause. 

(2) The contractor will, in all solicitations or advertisements 
for employees placed by or on behalf of the contractor, state that 
all qualified applicants will receive consideration for employment ' - 
without regard to race, color, religion, sex, or national origin. 

(3) The contractor will send to each labor union or representative 
of workers with which he has a collective bargaining agreement or 
other contract or understanding, a notice to be provided advising 

the said labor union or workers’ representatives of the contractor's 
commitments under this section, and shall post copies of.the notice 
in conspicuous places available to emplovees and applicants for 
employment. 

(4) The contractor will comply with all provisions of Executive 
Order 11246 of September 24, 1965, and of the rules, regulations, 
and relevant orders of the Secretary of Labor. 

(5) The contractor will furnish all information and reports 

required by Executive Order 11246 of September 24, 1965, and by 
rules, regulations, and orders of the Secretary of Labor, or pursuant 
thereto, and will permit access to' his books, records, and accounts 
by the administering agency and the Secretary of Labor for purposes 
of investigation to ascertain compliance with such rules, regulations 
and orders. . 

(6) In the event of the contractor's noncompliance with the•- 
nondiscrimination clauses of this contract or with any of the said 
rules, regulations, or orders, this contract may be canceled, ter¬ 
minated, or suspended in whole or in part and the contractor may 

be declared ineligible- for further Government contracts or federally 


( 


assisted construction contracts in accordance with procedures 
authorized in Executive Order 11246 of September 24, 1965, and 
such other sanctions may be imposed and remedies invoked as 
provided in Executive Order 11246 of September 24, 1965, or by 
rule, regulation, or order of the Secretary of Labor, or as 
otherwise provided by law. 

(7) The contractor w.i3.1 include the portion of the sentence 
immediately preceding paragraph (1) and the provisions of para- - 
graphs (1) through (7) in every subcontract or purchase order 
unless exempted by rules, regulations, or orders of the Secretary 
of Labor issued pursuant to section 204 of Executive Order 11246 
of September 24, 1965, so that such provisions viill be binding 
upon each subcontractor or vendor. The contractor will take such 
action with respect to any subcontract or purchase order as the 
administering agency may direct as a means of enforcing such pro¬ 
visions, including sactions for noncompliance: PROVIDED, HOWEVER, 
That in the event a contractor becomes involved in, or is threatened 
with, litigation with a subcontractor or vendor as a result of 
such direction by the administering agency, the contractor may 
request the United States to enter into such litigation to protect 
the interests of the United States. 



BILL NO. G-78-10-4'1 (as amended) .. 

GENERAL ORDINANCE NO. G-34-7S (as amended) 

AN ORDINANCE amending Chapter 15 of the.Code'of the City of Fort Wavne. Indiana 
of 1974. .•••-. 

"BE IT ENACTED BY THE COMMON COUNCIL OF THE CITI OF FORT WAYNE,' INDIANA: 

SECTION 1. That Section 15-13 "Employment under Municipal Contract," Artile 
III, Chapter 15 of the Code of the City of Fort Wayne, Indiana of 1974 is 
amended to be and read as follows, to wit: .... ' - ; 

"Sec. 15-13 Same - Under Municipal Contract. '• ' ' 

\ ; 

15-13-1 Definitions . ' As used in this Section,. the following words have these 
meanings: . • • 

a. The terms "Discriminates," "discriminating," "discriminatory" mean and- 

include: . • ... 

(1) to promote segregation or separation in any manner, to treat any- 
person differently, or to exclude from or fail or refuse to extend 
to any person equal opportunities with respect to hiring, termina- ' 
tion, compensation, or other terms,•conditions or-privileges of 
employment, because of the race, religion, sex, color, national’ - 
origin or handicap of any such person; ' 

. (2) also, to fail to make reasonable accommodation to the known physical 
or mental limitations of an otherwise qualified handicapped employee* 

(3) also, to fail to make reasonable accommodation to the religious 
observance or practice of any employee or prospective employee 
unless the employer can demonstrate that the accommodation would 
impose an undue hardship on the conduct of the employer’s business; .• 

(4) also, to make, print or publish, or cause to be made, printed or 
published any notice, statement, or advertisement with respect to 
employment that indicates a preference, limitation, specification or 
discrimination based on race, sex, religion, color, national origin 
or handicap; 

(5) the following practices are not included in the meaning of 

"discrimination": . "• 

(a) for any'not-for-profit association, incorporated or otherwise 
organized exclusively for fraternal’ or religious purposes to 
devote its resources to 5.ts own religion or denomination/or to 
give employment preference to it’s own members. 



(b) for any not-for-profit association, incorporated or otherwise 
established for the purpose of offering or providing education 
■training or other social services and benefits to handicapped 
persons, to devote its resources to such handicapped persons ' 
with respect to such education, .training or social services’and 
benefits. 

b. The term "handicap” means and includes: ' * 

(1) any physical or mental impairment which substantially limits one or 

more of a person’s major life activities; or • - • 

(2) a record of such an impariment, and includes, * 

(3) a person who is regarded as having such an impairment; provided 

that, - • ■ . 


. (4) this term does not include drug or alcohol abuse or .addiction. . 

c. The term "obstruct" means and includes the actions of any -person knowingly 
obstructing the fair and lawful enforcement of this Article of -this 
Chapter by coercing or intimidating any complainant or prospective complain¬ 
ant, or any witness to any act of discrimination as defined herein, after 
such person has received actual notice of a discrimination charge or has ' 
been served notice of a complaint filed. . y 


d. The term "retaliate" means and includes the actions of any person in 
discriminating against any other person with regard to; or denying any 
other person access to or opportunities in employment, because any such - 
other person has opposed any practice made unlawful by this Article of- 
this Chapter, or because such other person has made a charge, testified 
. assisted or participated in any manner in an investigation, proceeding, . 
or hearing under this Article of this Chapter. ■ . 


l?>-13-2 Mandatory Covenants . Every contract for or on behalf of the City of 
Fort V?ayne for the construction, alteration or repair of any public building 
ox" public work or the performance of any other work or service shall contain 
provisions by which the contractor agrees, as follows: 


a. That in the performance of work under such contract or any subcontract 

thereunder, the contractor, subcontractor, nor any person acting oh 
behalf of such contractor or subcontractor, will not discriminate against 
any person who is qualified and available to perforin the work to Which 
the emploj'ment relates. ' - - 

b. That such contractor, subcontractor, nor any"person acting on behalf of 

such contractor or subcontractor will not obstruct the enforcement of 
this Article of this Chapter. - . 


c. That such contractor, subcontractor, nor any person acting on behalf of 
such contractor or subcontractor will not retaliate against any person. 



1 5-13-3 Enforcement . .Enforcement of this Article of this Chapter shall be 
through order of the Board of Public Works, in the following manner: 

a. - Whenever any member of the Board of Public Works, or whenever the 

Affirmative Action Officer who is assigned to help watch over public 
contracts has reason to believe that any of the provisions hereof have 
been violated, the matter may be referred to the Metropolitan Human 
delations Commission for investigation and initiation of discrimination 
charges against the contractor or subcontractor.- Cases over which the 
Commission has no jurisdiction shall be investigated by said Affirmative 
Action Officer. . 

b. A final order of the Metropolitan Human Relations Commission shall lie 
forwarded to the Board of Public Works, which may invoke one of the 

•remedies set forth in Sub Section 15-13-4 hereof. If it is a matter over 
which the Metropolitan Human Relations Commission has no jurisdiction, 
the Board of Public Works shall conduct a hearing to determine whether 
there has been a breach of this Article of this Chapter. In so doing, 
the Board may call upon the Commission for consultation. . - * 

15-13-4 Remedies . Upon finding that a contractor or sub-contractor or any 
person acting on behalf of such contractor or subcontractor has violated a. 
provision or provisions of this Article of this Chapter, whether discrimi¬ 
nating, obstructing, retaliating, or- otherwise, the Board of Works may; 

a. Deduct from the amount payable to the contractor hy the City of Port 

Wayne under such contract a penalty of no less than ten dollars ($10.00) 
per day, per violation, nor more than one thousand dollars ($1,000.00) 
per day, per violation. Each day on which a continuing violation exists, 
shall be deemed a separate offense; or, • 

b. The Board of Works may cancel or terminate the contract, and all money 
due or to become due thereunder may be forfeited, for a second or any 
subsequent violation of this article of this Chapter. 

SECTION 2. That Chapter 15, Article III, of the Code of the City of Port 
Wayne, Indiana of 1974 is further amened by adding theret.o a new section 
15-13A, which shall be and read as follows, to wit: 

"Sec. 15-13.4. A verbatim copy of Sec. 15-13 may be attached as 'an exhibit 
to and incorporated in and made a part of any contract made by or on 
behalf of the City of Port Wayne, Indiana for any public work; which 
shall constitute compliance with Sec. 15-13-2." 




• ••••••'• . .... • 1 t ^AILLUJ 

. . ' •' - US-UNSKILLED 

' . V : IF-1NDUSTR1Al. FUND 

• _ ;■ Df:G 1 i J s pvlper week 

Vc, the under signed corrr.lt toe, baling appointed to prepare’tt^jicKedule ; -df the prevail inj* 
vases to be paid in connection with, ALL OONSTIdJCXXON"AND MAXNTENANCE CONTRACTS AWARDED 
BY THE BOARD O? WORKS, CITY OF FORT WAYNE, INDIANA, DURING THE MONTHS OF JANUARY, 

FEBRUARY AND MARCH 1932. 

in compliance with the provisions of CHAPTER £> 3 I 9 0 f the nets of the GENERAL ASSEMBLY of 
INDIANA, 1935, have established a schedule as hereinafter set forth for the following trades 
to wit; 1 v 


AS.EESTOS WORKER v 

BOILERMAKER 

BRICKLAYER 

CARPENTER (BUILDING) 

(HIGHWAY) 

CEMENT Pi A SON 
r F.CTR1CIAN 
{ VATOR CONSTRUCTOR 
GLAZIER 
IRON WORKER 

LABORER . (BUILDING) 

(HIGHWAY) 
(SEWER) 

LATHER 

SILLWRIGHT b PlLEDRIVES 
OPERATING ENGINEER 


(BUILDING) 

(HIGHWAY) 

(SEWER) 


GUNTER 
?L ASTER ER 

>' -M 3 ER b STEAM FITTER 
/ UC b TER RAZZ 0 GRINDER 
t GOFER 

3HEETMETAL WORKER 
:E AMS TER 


(BUILDING) 

(HIGHWAY) 


ULAS. 

S 

? 

-IAIE P£ 0 & 

15.90 

I&H 

.65 

CEIL 

1-45 

VAC 

U<SSU- 

wise. 

3 c'if 

S 


■ ‘ 17.70 

1 . 371 ? 

1.60 


3 C 


s 


14.41 

.80 

.80 


2 C 

6 C if 

s 


13.40 

.70 



2 C 

4 C if 



12.73 

. .80 

.80 


5 Q 

2 c if . 

s 


12.85 

.75 

. 80 . 


... ?-<L 


s 


16.55 

.65 

3 ^ 90 < 


6 $ 

1 % if 

s 


15 . 92 ' 

1.34 

1 . 081 ? 

8 % 



s 


14.34 


.55 

.40 

6 C 

37 c‘nol icbjv 

s 


15.00 

1.00 

1.85 


4 C 

2 C if 

1.20 ann. 

Yf 





O 1 

n n 

T" 0 i 

i-jlSE 

5 S 

cr c H 

I (iff 

trvr 


Cc. 

! 


ss 

fr>trC H 






s 


12.33 


.80 


lc 

3 C if 

s 


13.80 

.70 

6 ^ 


2 C 

40 if 

s-ss 

US 


C p p 

ZW. 

TO ^ 




5 -SS-* 

US 


hi 


7 <fV/ 

x Sr 

f^Ts" 

3 -SS- 

US 


> i ‘ 




/ v y— 

S 


11 . 70 - 12.70 

.85 

1.00 


12 C 

) 2 c raise. ! 

s 


13.48 

.60 

. -80 



1 

s 


16.48 

.85 

1.80 


7 C 

7 C if ' «: 

s 


9 . 50 - 11.50 






s 


13.90 


.50 




s 


15.87 

1.01 

1.13 


17 C 

17 C if 

55 c SAsmi 

S-SS 

US 


su lc n- 

POOc J 

Lr <r 

r>/ 7 ,r 



S-SSU 

JS - 

J>C C //> 

/ 7 /C 7 '( 

T 17 

vJ 7 Ac ( 

r- /. y 

> 


?AID. The above c.nd forgoing chall shall be the niniroura prevailing wage scale for this project 
id set by the wage scale corralttee, but in no way shall it prevent the contractor or cub - 
:ontractor from paying a higher rate of wagen than set out in the schedule of wages on file. 

) AT ED THIS^_ DAY OF 19-,*?/- . d/Xt 


lH&d-. 




l: 


REPRESENTING GOVERNOR, STATE OF UN. 

REPRESENTING THE AWARDING /CENT. 
??/ r •. 

REPRESENTING STATE A.F.L. b C.1.0. 
































































_Rate .. 

'"$15.50 





i'lcx H«r, 5 
rom Grader 



Rate 5 

'$11.80 





Tractor - Farm Tj-pe 
Truck Crano Driver 



CROUP III contlm** 


Gross 

Tl3.‘65 r ' 


Gross ; 
'$17.35 


REGISTERED APPRENTICES 
WAGE RATES 


. 1. The wajjes, rates of pay. hours of labor c 
other conditions of employment of Register 
prentices shall be and are governed entirely 
terms and conditions of this Agreement exc 
modified in this Paragraph. The education aw 
ing and disciplining of Registered Apprcnt 
such shall be and are governed by the appr 
Joint Apprenticeship Committee. The straig! 
hourly wage rate of Registered Apprentices ; 
the following percentage of Group 1 wage r 
Schedule "A”. 


1st period- -1,000 hours-05% 
2nd period -1,001 -1,990 hours - 70% 
3rd period - 2,000 - 2.999 hours - 75% 
dlh period-3.000-3,999 hours-80% 

_ 6th period - 5^000 - cloQ D hours - 90% 

2. Note: The rate of pay shall be for the 
period, but at no time more than the classifi. 
the machine being operated. 

3. The rales of pay for Apprentice Mecha 
based on the percentage of Mechanics base 


GROUP IV IMlnor ClA.MRcstton.) 



Hf,W Pension 

vc Si nn 


Rate 


Trai ning __ Gross 

...10 $12.30 













' QJr'-bivii'i liNU J 


>ha!t Plant Engineer 
o Grads or similar type machine- 

khoc or Farm Type Tractor 

rcr 45 H. P. 

last Regulator (It. B.) 

rm.ir.ous Paver 
iminoua Plant Engineer 
1 Dozer 

json Drilling Machine 
rry Picker—15 ton or over 
p Spreader 

.erctc Miser—21 cu. ft. or over 
i Drilling Machine 
.r.e or Derrick with any attachment 
nel. clamshell, dragline, shovel, 
r.ckhoc, etc. 

:dgo Engineer 

mge Operator ...... . ... 

.Uing Machine on which the drill 
s an integral part 
rth Mover—robber tired (paddle 
vhccl, 612, 631,' TS-24 or . 

rth Mover, rubber tired—tandem 
;CCc per hr. additional for each 
;oml) 

ivatin.fr Grader 

rk Lift (10 ton or over) 

I.C. Formless Paver 
adall 

aval Processing Plant (portable) 


Operator of Guard Rail Post Driver 
Highlift Shovel—1 Vs cu. yd. or over . 
Hoist (2 drums and over) '' 
Helicopter—Crew 
Hydraulic Boom Truck 
Keystone (Skimmer Scoop) 
Loadcr-Sdf-Propellcd. (Belt— 

Chain—Wheel) 

Locomotive Operator 
Mucking Machine 
Panel Board Concrete Plant 
(central mix type) 

Paver—Hethcrington 
Pile Driver—Skid or Crawler 
P.oad Paving Mixer 
P.ock Breaking Plant • 

Rock Crushing Plant (Portable) 
Roller—Asphalt, Watcrbound, 
Macadam, Bituminous Macadam, 
.Brick 'Surface 
Roller with Doscr Blade 
Root Rake, Tractor Mounted 
Self-propelled Widener 
Stump Remover, Tractor Idountcd 
Surface Heater and Planer 
Tandem Push Tractor (60c per 
hr. additional) 

Tractor—Boom, 'Winch or -Hoc Head 
Tractor—Push 
Tractor wth Scoop 
Tractor Mounted Spreader 
Tree Mover 

Trench Machine (over 24") 

• Tug Boat Operator 
' 'Well Drilling Machine 
Winch Truck with A Frame ' 


Rale 

$13.69 


Haw 

.75 


Pension 

$ 1.00 


Training 
. .10 


Cross 

$15.54- 


CROUP II 


r Compressor with Throttle Valve 
.ekfvller 

,ck Hoc on Farm Type Tractor 
under 45 H.P. 
ill Float 

;erry Picker under 15 ton 
;ip Spreader (self-propelled) 
r.e re to Pump 
r.crete Mesh Depressor— 
independently operated 
•neretc Spreader—Power Driven 
ad Loader under 1W cu. yd. 
esevsting Loader—Portable 
niching Machine and Bull Float 
mite Machine 


Head Greaser 
Mechanic 

Mesh or Stool Placer 
Multiple Tamping Machine (B. B.) 
P.C.C. Concrete Belt Placer 
Pull Grader—Power Control 
Bcfrigerating Machine—Freezing 
Operation 
Boss Carrier 

Shccpfoot Boiler (self-propelled) 
Tamper—Multiple Vibrating—Asphalt 
Watcrbound Macadam, Bituminous 
Macadam, Brick Surface 
'Trench Machine 24" and under 
Tube Float 
Welder 


n a w 
.75 


$ 1.00 


Training Cross 

.10 $14.OS 


CROUP III 


Assistant Plant Engineer 
Base Paver (Jersey or similar type 
machines) 

Concrete Finishing Machine 
Concrete Mixer—less than 21 cu. ft, 
Curb Machine 

Farm Tractor—including farm 
tractor ’with all attachments 
except backhoc and including high 
lift end loaders of 1 cu. yd. • 
capacity and less 
Fireman (on boiler) 

Hoist (one drum) 

Operator, S-5 pieces of minor 
equipment 
Paving Breaker 


Power Broom Self-propelled 
Roller (Earth and Sub-base 
material) 


Slurry Seal Machine 
Spike Machine (B.R.) 

Tamper—Multiple Vibrating—Earth. 

and Sub-base material 
Throttle Valve 

Throttle Valve and Compressor or 
Clever Brooks type combination 
Throttle Valve and Fireman com¬ 
bination or. horizontal or upright 
boiler 

Tractaire with Drill 
Tractor-—50 H.P. or over 
Wei! Point System 
Widener (Apsco or similar type) 


Rate 


H & W 


Pension 


Training . Grots. ' 


$11.48 


.75 $1.00 .30 $13.33 

GROUP IV (Minor Shipment) 


Air Compressor • 

Assistant to-' Engineer—Oiler 
Automatic Dry Batch Plant 
Bituminous Distributor 
Bituminous Patching Tamper 
Belt Spreader 
Broom & Belt Machine 
Chair Cart (Self-propelled) 
Coleman Type Screen 
Conveyor (Portable) '• 

Deck Hand 

Digger Post Hole (power-driven) 
Fork Lift—Under 10 ton 
Form Grader 

Form Tamper (motor driven) 1 
Generator 
Greaser Helper 5 
Hcthcrinton Driver 
Kothcrington Helper 
Hydra Seeder : 


Mechanics Helper 
Mechanical Heater 

Operator, 2 pieces of minor equipment 
Outboard or Inboard Motor Boat 
Power Curing Spraying Machine 
Power Saw—Concrete (power driven) 
Pug Mill 

Pull Broom (Power Type! 

Seaman Tiller 

Straw Blower or 3ru3h Mulchcr 
Striping Machine, Paint (motor 
driven) 

Sub-Grader 

Tractaire 

Tractor (below 50 H.P.) 

Truck Crane Oiler—Driver 

Spreader 

Water Pump 

Welding Machine—2 of 300 amps 
or over 


Rate II & W Pension Training Cross 

$• 10.18 : . 75 ' $ 1.00 .10 $ 12-03 

The rates of pay for Local 103 Apprentices are -based on a percentage of 
Group I wage rates as established in this Collective Bargaining Agreement. 
.The percentage figures are based on the following six (6) steps. 

0 to 1,000 hours_—..-.639*—1st'step 

1,001 to 1,099 hours.-_ 7091—2nd step 

2,000 to 2.999 hours .-.. 759*—3rd step . 

• 3.000 to 3.999 hours.309*—4th step 

4.000 to 4.099 hours .-....359*—5th ctcp 

■ 5,000 to 0,000 hours_,_ 909*- h step 

The rate ..of pay shall be for the proper period, but at no tiitre''more than 










GROUP I 


Compressor (pressurizing shafts, Dual Purpose Truck (pitman 


tunnels &. divers) 


Filler 


oom Cat 
crir.g Machine 
uU Dozer . 

.-.issen Drilling Machine 
berry Picker 

ompactor (with dozer blade) 
cncreto Mixer (dual dram) 
-or.crcte Plant 
or.crete Pump 
rane with all attachments 
■nine • Eloetrie Overhead 


t^C) 

• Ditching Machine (18 in. and.over) 

• Dredge 

Elevators (when. hoisting material or 

• • tools) 

Fork Lift 

• -Formless Paver 

Generator (power for welders or' 
compressors) 

. •• Grad all . • 

Helicopter 

• Helicopter Winch Operator 
High Lift • Front End Loader 
Hoist 

Locomotive and/or Dinky Engine 
; • Mechanic on Job Site 
Mucking Machine 


and Board Concrete Plant 
■ile Driver 
■ash Cat ' 
ccop Tractor 
craper - Rubber Tired 
prezder - Tractor Mounted 
tmdd’.c Carrier - Rocs Type 

Hate . H & W 

$12.54 .75 


_ Sub Brae Finish Machine (CM.I. or 
” V ' similar) . 

Tower Crane ' 

Tractor with backhoe (1/2 yard an'd over) 

•: Trench Box - Power Driven 
• Tunnel Shield 
Welder (Craft) 

‘ Pension .. Training Croce 

$ 1:00 ' ..10 • $14.79 

GROUP II 


A Frame Truck Bending Machine - Power driven 

Batcher Plant (automatic dry batch) Bituminous Mixer 


Bituminous Paver 
Bituminous Plan Engineer 
Boatman 
Bull Float 

Compactor or Tamper - Self Propelled 
Concrete Mixer (21 cu. ft. or over) 
Concrete Spreader - Power Driven 
Ditching Machine (less than IS in.) 
Drilling Machine 
Finish Machine &. Bull Float 
Finishing Machine 

Fireman • Pile Driving and Boilers 
..-unite Machine \ 

Head Greaser 

Mechanic 

Mesh Depressor - 


Mesh Placer 

P.C.C. Concrete Belt Placer 
Roller • Asphalt, ■ Stone &. sub base 
'Rotary Drill 

Shcepsfoot Roller - Self Propelled 
Spreader or Base Paver * 

Self Propelled 
Sub Grader 

Throttle Valve with Air Compressor 
or Boiler 

Tractor with Backhoe (unde? 1/2 yard) 
Tractor - High Lift - Farm Type 
Tractor - Industrial Type 
Tractor with Winch • , . 

Well Points 

Winch Truck . . 


11.63 


II £ W • Peruioa 

.75 ' $1.00 


Training 

.10 


Cross 

$13.48 


u a a u i a uuo 

GROUP II! 


Air Compressor (210 cu. ft. & over) 
Bituminous Distributor 
. Chair Cart 

Concrete Curing Machine 
Concrete Saw 
Dope Pot * Power Agitated 
. Flex Plane 
Form Grader 
Hydrohammer 

Jacks ’ Hydraulic - Power driven 


Minor Equipment Ope.ator 2, 3, 4, er 
5 (See Article 41) . «.. . 

Paving Joint Machine .• s, 

Post Hole Digger 
Rolie* • Earth 
Throttie Valve 
Track Jack • Power Driven 
Tractor • Farm type 
Truck Crane Driver 


Trxinir.c Crotf 


•'$10.96 


.75 


$ 1.00 


.10 


‘$ 12 . $1 


GROUP IV (Minor Classifications) 
Air Compressor (less than 210 cu. ft.) Oiler 
Concrete Mixer (under 21 cu. it.) Power Broom 
Conveyor 
Generator 
Mechanical Heater 


Pump 

Welding Machine 
Helpers 


Rate 

$9.79* 


H i V' Pension TralnD-.*- 

■ .75 ■' $1.00 . .10 “ 


Creex 


$11.64 


i The straight time hourly wage rate of Registered Apprentices shall be the following’ 

j • percentage of Group I wage rates cf Schedule "A". 

1st period • 0 • 1.000 hours • 65°/o 

2nd period • 1.001 • 1.909 hours • 70°/b 
3rd period • 2.000 • 2,999 hours • 75°<b 
4th period • 3,000 • 3.999 hours • SO 6 *) 

5th period • 4,000 • 4.999 hours • SoS 

6th period • 5,000 • 6.000 hours • 90°io 

Note: The Apprentice's rate of pay shall be for the proper period, but at no time more 
than the classification of the machine being operated. 








TEAMSTERS WAGE RATES FOR 


BUILDING 


Wages £ Classifications 


Truck driver on trucks to and including 
• . one ton . 


Truck Driver*on trucks 1% ton to and including * 

3 ton *.* •' . • - • ' - 

.'Truck Driver on fork lift - • ‘ . 

• Truck Driver on tandem •' . • 

. Truck Driver on semi • 

Truck Driver on tri-axle - 

. Truck Driver on lovz-boys or double bottom •' 

-Truck Driver, on winch or boom truck . ' 

.Truck Driver on sweeper attached and distributor 
truck>. water wagon . . 

Truck driver, euc’lid or earth movers • 

.Truck helper., spotter, flagman for truck drivers 

• ••Truck helper for tending trucks at mixer 

• Truck boss in'-charge .of .trucks, warehousemen - • 

- -* foreman-job site *'• -• 

Truck mechanic-job site 

Health and Welfare 


5-3-80 

6-3-81. 

6-3-82 

-'.13.305 : 

*. 32.305 

‘ *33.30!: 

-3.11 205 

*'* 32.205 

33.205 

* 31.205 

' ;32.205 • 

.13.205 

31.305* 

. - 32.305 

33U05 

33.255 

:32.255 

33.255 

..33.305 ‘ 

•' 32.305 

33.305 

.33.305* ' 

- 32.305 • • 

. 33.305 

.11.303 

32.305 

33.305 

’-33.405 ’. 

- 32.405 

-33.405 

' 31.555 • 

32.555 *■ 

33.555 

. 13.305 

32.305 

33.105 

' .11.305 ' 

32.305 

33.105 

-31.405 . 

32.405 ' 

33.405 

31.405 

32.405 

33.405 


The Employer shall contribute to the Central States, Southeast and Southwest Areas 
ftealth and Welfare Fund, the sum of Thirty Six Dollars and Fifty Cents (535.50) per 
week effective Duly 3, 3580 for each employee covered by this Agreement who has been* 
.on the payroll thirty (30) days or more. Effective duly 3, 1881 the contribution * - 

: shall be Thirty Nine Dollars and Fifty Cents (S39.50) per week. Effective July a,'1582 
the contribution shall be Forty One Dollars and Fifty Cents :{$41.59) per week f 


* '• " - t - "f Pension’ ... * ■ . ... ^ 

Effective Duhe’3, aOOO to and including.fey 3i‘ J981 the Employer shalVcontributP - 
to tne Central States, Southeast and Southwest Areas, pension Fund the sum of Forty ’• 
One Dollars ($43.00) per week for each employee covered by this Uniform Aoreeirent who 
has oeen on the payroll thirty (30; days or longer. . ... . •• 

'Effective Dune‘3,; 1881 to’and incjuding May 31’, -3982 the Employer shall contribute to ' 
tne Cenvral Stares, Soutneast and Southwest Areas, Pension Fund the sum of Forty Six 
Dol-lars ($45.00) per week for each employee covered by* this Uniform Ag^en?^o has ' 
been cn tne payroll rhirty (30) days or longer. . ' - 

Effective Dune 3, 1982 to and including Hay 31, 1983 the Employer shall contribute to ” 
Sw,th P st - i,nd Areas, Pension Fund the sum of Fim One 

bollcw^ ($.>1.00) pel wee* for each employee covered by this Uniform Agreement: brio ‘ 
has;been on tne payroll thirty (30) days or longer. * . 








TEAMSTERS WAGE RATES FOR 
HIGHWAY, HEAVY, RAILROAD 
AND ' 

UNDERGROUND UTILITY CONTRACTING 


WAGES AND’ JOB CLASSIFICATIONS 


Drivers t*:« Single Axle Straight Trucks .. 


ijY/W 


ICES I’iit HDlTf . 

7Wz 


HBALTII AND Y/JSLEAJIB 

Section J. Effective May 1,-1030,-health s- 

v.'cl fare^ coniributtons shall be paid by each I 


Drivers on Tandem Trucks 
- Drivers on Tandem “Dbg-L 
• Drivers on Single Axle Sen 
Drivers on Farm Tractors 1 


'Dog-Legs*'-- 

10.-36 

30.40 

er-15 ton payload.__ 

10.56 

a” V.-nr',-. 

. 10.61 
10.55’ 


ding material-I;— 

10.55 

10.C5 


51155 §12.55 

11.46 12.45 

31.46 12 .45 

11.55 12.55 

31.01 12.61 

31.50 32.50 


Drivers c>n Tan cl 
Drivers on Taiul 
. Track Leadcnon (See Footnote 1.) 


31. Co 12.G5 
31.05 32.05 

31.71 12.73 


.all'be pa.„ ^ M , vw ^ r 

e at the rate of Thirty-Seven Dell 

re< U 'fm' 1 ' ° f rt, rfy- 0 »s'W .:4 ami Fifly Cci 


s Axrrcement. It is »«, ibraS, tKhVjSu 




•derraosters, track trucks, 3 
• and hug bottom dump. Tor 
rockers, Athey Wagons, or s 
cn. yds. and r 


PENSION 


Southeast and Southwest Areas Pension Pu 



. 10,55 


dl'fpXC* -r-pC* Y'ti 1 ll'*TS Oft Xy'C>l'\ ••• 

I red by this Agreement as defined in Article 2 10.71 

re on Mobile Mixer Tracks_-10.05 

Drivers on Mixer Trucks, all types —,.--10.55 

"Drivers on Sipple Axle Fuel Trucks--30.41 


11.71 12.71 

*31.55 12.05 

31.50 12.55 

.11.41 12.41 

11.51 12.51 

31.41 32.41 

11.51 12.51 

11.01 12.01 
11.51 12'. 01 
11.51 12.01 

11.71 12.71 


Drivers or. Tandem'Axle Fuel Tracks „ 
Drivers on Single Axle Water Trucks — 
Drivers on Tandem Axle Water Trucks .. 
Drivers on Semi Water Trucks .. 
Drivers on Sprinkler Trucks . 

Drivers on 3 


— 10.51 - 
.__ 10.41 


rivers on heavy cqiuprn 

Over 5,000 'cations- 

rivers on trucks put liny 


.—at the x; 

. 3 (§41.00) per week. 
Section 2. Effective May 3, 19S1, pens! 
contributions shall he paid to the Central Stub 
Wt and Southwest Areas Pension Fund 

y-.£xI?olL^ U,e r ‘V C 

n 3. Effective May 1, 1P32, pension to 
■s shall be paid to the Central Slati 
v..v«.;t and Southwest Areas Pension Fund i 
wbi Employer for each c:nj' 

Fifty-Ons Dollars (§51.00) i 


Dri vers . 

Si ay 1& Axle 


Driven on Low-Boys, Single J 
Drivers on Low-Boys, Tandem 
> on Low-Boys, 'i 


- 30.50 
_ 10.G5 

- 10.71 


3 Axis _ 


_ 10.71 
L 10.70 
L 10.51 
- 10.61 


. Drivers . _ 

Drivers on I.ow-Boy3, Tandern-Tri-/i 

Drivers on Bituminous Distributors' one-man 
Drivers on Semi-Bituminous Distributors (See 
' Footnote 2.) 

Drivers on truck-mounted’ Pavement Breakers_10.55 

( Drivers on Winch Trucks or A-Frames v-hen used 

for transportation purposes_•-10.40 


31.55 12.55 

11.55 12.65 

31.71 12.71 

-.31.55 12.55 

31.55 12.65 

11.71 12.71 

11.70 12.75 

11.51 12.51 

11.01 ’ 12.0.1 


3 or transportation }*urposes_ 

Drivers on Batch Trucks, v/et or dry: 

• 3 (34E) batches or less _ 


11.56 12.55 

11.40 32.45 


Over 3 (34E) hatches- 


Drivers on Tri-Axle Batch Trucks _ 


,. 10.40 
- -10.65- 


31.35 12:36 

31.46 12.45 . 

11.05 12.05 


’> on pick-up trucks shall ho employees v 
5n the bargaining unit covered by" this Af. 
.meat when balding tools, materials, and supplies, 
parts and equipment, to and from and on the job 


site, except when used by Employer supervisory 
personnel for their own transportation or work- 
men, or the transportation of a workman and his '.. • 
. tools on the job site, or for the use of a mechanic 
• . for the. transportation of himself, liis tools, and 

repair parts _._._10.21 

Helpers, Greasers, Tiremen, Warehouseman—Joh - 

Site, and employees tending hatch hoards_10.31 

Acey Wagons up Jo and includin': three. (3) buckets 10.75 


11.21 12.21 
31.31 


12.31 
12.76 • 


A coy Wagons over three (3) buckets _ 


C.b-easo and Maintenance truck for aerv5ringe7.uk>- 
rsent covered by this Agreement on work cov¬ 
ered by this Agreement; 

Single Axle Truck _ 10.36 

- Tandem Axle: Truck__ ' 7. jp/g, 

Tri-Axte 'j'mek_:_77177177.. 10.05 


10.S1. 31.51 32.61 


31.35 3 2.36 

31.45 32.46 

31.05 32.05 


i 










































- )/u;.--o .-/o 

2/1/50 - l/JJ/dl % 

v /:1 - )/<!/5> 


4/1/79 

2/1/50 

2/1/51 


.09 .03 ,/ 

.09 .03 // 

I 

Utility workers £ 

■ // 

— ■ —.— ■ (0 

9.00 8.30 

9.70 9.00 /| 

10.45 





re 3. Focal 213. Adams. Allen. Steuben. DeKslb. 
Whitley. Noble. H1mf.n7.ton and V/abasl. conn - 




iall include the following and be paid 


Construe 

Cerpent. 

Flagmen 
Grade C 
Guard R 

Conti nut 


i 1 


A 

1 

0 

■R 


nemon for Automatic Grade Maher o 

Multi-plate Erector 
Mortar Man 

Installer (All products and materials) 

" Delineation laborer 

of all Precast Concrete lYo- 

luding supporting structure 
sp "'™L°l ‘" El " xy. Curing Compound, or like 

Survey Crew Man 

Category 1J shall include the following and be paid 
r.rteen (15) cents per hour above the basic rate: 

Air Tool. Power Tool, and Power Equipment 


-IF 



S- 


••.'volte, Henry. Hush. Wayne, and l'.-.... 

Focal 111:!. IHarkfonl, Do law a re. Grant. Hamilton 
Hancock. Jay. Madison and Randolph counties. and 
Ural 120. Marion and Shelby counties. 

Zone 4. l.occ.1 201. Clay. Fountain. Creme. 
Kendricks. Owen. Parke. Putnam. Sullivan, Ver¬ 
million. Vigo and Warren counties; Focal 741, 
Bartholomew. Drown. Dearborn. Decatur. Franklin. 
Jiickson, Jennings. Johnson. Lawrence. Martin. 
Monroe. Morgan. Ohio. Orange ami Hi,.ley counties; 
and I/.U.1 795. Clark. Crawford. Floyd. Harrison. 
Jefferson. Perry. Scott. Switzerland and Washington 

Zone 5. D.ral 561. Daviess. Dubois. Cibson. Knox. 
Pike, l’osey, Spencer. Vanderburgh and Warrick 



' Core Drill Operator 
Eye Level 

. Hand Dlndc Operator 
' Hydro Seeder Man 
laborer Instrument Man 

a Buggy Op 
ctor or Tar 



ealer Applicator for asphalt, toxic 
lk Rn , i, ,? c . ttcr for Sidewalks. Side Ditches, Radii. 



.Tests. 


Category III shall include the following and shall 
be paid twenty (20) cents per hour above the basic 


Horizontal Boring and 
Jackman and Sheetmai 
Pipe Grade Man 
Winch end Windlass 


Category IV shall include the following and shall 
be paid thirty (30) cents per hour above the basic ra tc: 

Conduit Installer 
Cutting Torch Burner 
n Aligner 


Jailer - Temporary or Pcrmanei 
trie or Oxy-Acetylene) 



paid forty (40) cents 
Laborer Ix-ndmai 






Air Track and Wagon D. ilhnan 
Concrete Finisher 

assftaiftiSJSr 

Bottom Man - Concrete Mon - Basic Rate + .20 
Concrete Headman - Basic Rate + .35 

Basic BMC + .30 


.aS'KtnelU hours wi„l, negotiated on 
an individual basis by and between the Employer and 
the Urn! Union involved at th.c pre job eonfeici.ee. 












I ml 

.05 


A. Effective July 19,1979 thru'September 30,1979 

)!&W Pension Tn.i.iiiig 

Areal IB .70 .50 .09 

B. Effective October 1.1979 thru May 31,1930: 

Area IIB .70 .70 .09 

• C. Effective June 1,19S0 thru May 31,1981: 
•ArcallB - .85- .75 A)9 

D. Effective June 1,19S1 thru May 31,19S2: 

' Area JIB 1.00 .75 .09 


CATEGORY 1. Is the Basic Hourly Wage Kate and Shall include the following: 
Building & Construction Laborers 
Scaffold Builders lother than for Masons or Plasterers) 

Ironworker Helpers 
Mechanic Tenders 

Civil Engineer Helpers and Surveyor Helpers 

Hodmen & Chainmen 

Signalmen & Flagmen 

Window Washers & Cleaners 

Waterboys & Toolhousemen 

Roofer’s Helpers 

Railroad Workers 

Masonry Wall Washers (interior & exterior) 

Cement Finisher Helpers 
Carpenter Helpers 
Helpers of all other Crafts not listed 
Mason 'Fenders 

All Portable Water Pumps with discharge up to three (3) inches. 


.05 

.05 

.05 


A. Effective July 19,1979 thru September 30,1979: 

Wnges H&W Pension Training I.F. 

Area IIB 8.75 .70 .50 .09 .05 

B. Effective October 1,1979 thru May 31,1980: 

Area IIB 8.55 .70 .70 .09 ,05 

C. Effective June 1,1980 thru May 31,1981: 

Area IIB 9.35 .85 .75 .09 .05 

D. Effective June 1,1981 thru May 31,1982: 

Area IIB 10.20 1.00 '.75 .09 .05 

CATEGORY 1|. shall include the following: 

Wa lerproofi ng 

Handling of Creosote Lumber or like treated material (excluding railroad material) 

Asphalt Rakers & Lutcmen 

Kcttclrnen 

Air fool Operators and all pneumatic too! operators, air and electric vibrators and 
chipping hammer operators 
Earth Compactors 

Jackmen & Shcetinen working ditches deeper than six (G) feet in depth 
Laborers working ditches six (C) feet in depth or deeper 
Assembly of Unicrete Pump 

Tile Layers (sewer or field) & Sewer Pipe Layers (met allic or non metallic) 

Motor driven v/heelbarrows and concrete buggies 
Hysler Operators 
Pump Crete Assemblers 
Core Drill Operators 

Cement. Lime or Silica Clay Handlers (bulk or bag) 

Handling of Toxic Materials Damaging to Clothing 
Pneumatic Spikers 


Total 

10.09 

10.09 

11.09 

12.09 


Deck Engine & Winch Operators 

Water Main & Cable Ducking (metallic and r.on-mctnliicj 
Screed Man or Screw Operator on Asphalt Paver 
Chain Saw ar.d Demolition Saw Operators 
Concrete Conveyor Assemblers 


A. Effective July 19, 1979 thru September 30,1979: 




Wages 

11 & W Pc 

nsion T 

raining 

J.F. 

Total 


Area I) B 

. 8.95 

.70 

.50 

.09 

.05 

10.29 

n. 

Effective October 1, 

1979 thruM 

lay 31. 

1980: 




Area IJB 

8.75 

.70 

.70 

.09 

.05 

10.29 

c. 

Effective June 1,1980 thru May 

31,191 

11: 




Area IIB 

9.55 

.85 

.75 

.09 

.05 

11.29 

D. 

Effective June ), 1981 thru May 

31.1932: 




Area IIB 

10.40 

1.00 . 

.75 

.09 

.05 

12.29 


















Mortar Mixers • . .. 

Welders (acetylene or electric) 

Culling Torch or Burner • ' •' 

Ccncnl Noal* Laborers . 

Ct-nu,,- Gun Operators 

Scaffold UuiWer. wl.cn working for Plasterers 

A. Effective July 19,1979 thru September 30, 1970 : 

A - TT „ H&W Tcnsioi, Training I.F. 

Area I IB 9.05 .70 .50 .09 .05 

Efr ectlveOctober 1 , ]979 thru May 31 1950 - 
Area 1113 8.85- .70 .70 ' .09 ’ .05 

C. Effective June 1,1980 thru May 31 19S1- 

• Area 1IB 9.65 .85 .75 .09 .05 

D * Effective June 1,19S1 thru May 31 1989 - 
Area II13 10.50 1.00 .75 ^09 

CATEGORY IV. shall cover the following; 

Laborer Foreman 

Hod Carrier Foreman - 

General Foreman 

A. Effective July 19,1979 thru September 30,1979: 


Areal IB 
Effective O 
Area I IB 
Effective Ju 
Area IIB 
Effective Jt 
• Area I IB 


Total 

10.39 


10.39 

11.39 


.05 12.39 


Labor 

Hod Carrier 

General 

Foreman 

Foreman 

Foreman 

•Wages 

•Wages 

•Wages 

S 9.25 

S 9.25 

. s 9.65 

r 1,1979 thru May 31.1980: 


9.05 

9.05 

9.45 

1980 thru May 31,1931: 


9.85 

9.85 

10.25 

1981 thru May 31,1982: 


10.70 

10.70 

11.10 


CATEGORY V. shall include Watchman and Gntcmen (day or nighl) whose wage 
rates and fringe benefit hours will be negotiated on an individual basis by and be¬ 
tween the Employer and the Local Union involved at the pre-job conference. 
CATEGORY VI*. shall cover the following: 

Caisson and Tunnel Work in Compressed & Free Air " 

* On work performed under this Category, wages and conditions will be set forth 
In the Agreement by and between the Laborers' International Union of North 
America and Midwest United States Underground Contractors* Association of 
Chicago & Vicinity. 

CATEGORY YJ-A. shall cover the following: 

Dynamite Men 

Drillers - air track or wagon drilling for explosives 

A. . Effective July 19,1979 thru September 30.1979 

Area 11B 

B. Effective October 1.1979 thru May 31,1980: 

ArealIB 

C. Effective June 1,1980 thru May 31,19S1: 

. ArealIB 

D. Effective June 1,1981 thru May 31,1982: 

Area IIB 


•Wages 

$ 9.75 
9.55 
10.35 


1.20 





CATEGORY VII *. shall cover High Time Pay for Stacks & Chimneys. 

• To be the same as set forth in the Laborers' International Union of North Ameri¬ 
can Agreement covering Stacks. Chimneys ami Silos. 

CATEGORY VJ11 * • RAILROAD MAINTENANCE: shall cover the following: 

Section J. All rail maintenance, rehabilitation, and other work on mainlines, sid¬ 
ings and service lines that are let by railroad companies, transit commissions, trans¬ 
it authorities, public or private owners of such facilities, which includes but is not 
limited to the following: 

(a) The replacement of components and adjustment in alignment of existing facil¬ 
ities. 

fb) Repair or replacement of components of fences, cattle guards, snow sheds, 
motor car set-off. and other facilities located on railroad, public or private proper¬ 
ties, and right-of-ways of same. 

fc) The care of railroad and transit commissions and transit authorities owned 
properties, public or private, including patrolling, inspection, mowing, brush cut¬ 
ting and spraying, drainage work end all general carclaking work. 


(d) The repair or replacement of roadway or railway crossings. 

ft) Painting and replacement of components of railway bridges and signal lines 
and signs. 

(f) All emergency work.'such as snow removal, flood damage, damages occurring 
on derailments, including all clean-up and repair in connection therewith which, may 
be performed by the Employer. 

(ft) All maintenance, rehabilitation, trace removal and other work that may be 
V _ performed for the railroad companies and transit commissions and/or transit nu- 

t Ihorities on their properties, or on public and private properties, including reloca¬ 
tion of existing tracks where such relocation of tracks are not in connection with 
building, highway, heavy or engineering projects. 

.-' ( h) It shall also include all new Construction in conjunction with a building, high-. 

way. heavy or engineering project on all railroad transit commissions, transit au¬ 
thorities, public or private owners of such facilities. 

(i) It shall include railroad construction where rails are laid lo a new facility to 
service same, whether new or used materials arc used. 

Section 2. Wages shall be those set forth in all Categories listed herein. 




Effective 
4/9/70 
70’H&W 
70’ Pens. 
09’Trng. 


Top Laborers 8.30 

Well Point Lcadman 8.30 

. Jackhammer & Air 

Tool Operators 8.30 

Pipe Layer Helper 8.50 

Pipe Layer 8.G0 

Air Track Drillers 9.15 

Wagon Drill Men 9.15 

Dynamite Man 9.15 

Powderman 9.15 


Effective 

2/1/SO 
85' H&W 
75'Pees. 
09’ Trng. 
9.00 
9.00 

9.00 

9.20 

9.30 

9.85 

9.85 

9.85 

9.85 


Effective 
2/1/81 
$1.00 H&W 
75* Pens. 
09’Trng. 
9.75 
9.75 


9.75 

9.95 

10.05 

10.60 

10.60 

10.G0 

10.C0 


Watchmen & Water Boys: Their rate of Wages shall be the minimum rate as 
prescribed by the United States Department of Labor and/or Federal Statutes 
and shall include time and one-half (1 Vi) for all time worked in excess of forty (40) 


hours per week. 


• -• FREE AIR TUNNEL AND CAISSON. WORK 

Effective Effective 

4/9/79 2/1/80 

70’H&W ‘ 85* H&W 

70’ Pens. 75* Pens. 

09* Trng. 09* Trng. 

Classifications 


Miners or Henderman 9.10 

Muckers & Tunnel 
Laborers- 8.55 

Bottom M cn 8.60 

Concrete Headman 
or Foreman 8.65 

Concrete Man 8.69 


Effective 
2/J/81 
S1.00 II&W 
75* Pens. 
09* Trng. 

9.80 10-55 

9.25 10.00 

9.30 10.05 

9.35 10.10 

9.30 10.05 


Statewide Building and Construction 


COMPRESSED AIR: 

Wages and conditions as agreed to in 
Agreement, set forth under Article XXVI, Category VI. 





d r /o*i 



TITLE OF ORDINANCE Street Lighting Contract 158-82, Home Avenue 
DEPARTMENT REQUESTING ORDINANCE Board of Public Works 

SYNOPSIS OF ORDINANCE 




a ?■ 


Construction of underground ornamental street lighting on 

Home Avenue from Broadway to Thompson Avenue. Contract has been awarded to T g F 

in the amount of UU. -~—■ 

Construction Corporation of Indiana^ Prior approval was requested on May 18, 1982. 


EFFECT OF PASSAGE residents on Home Avenue will have lights 


EFFECT OF NON-PASSAGE extremely deteriorated and potentially dangerous s ituation will 
continue to exist. 


MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) $10,386.80 is the total cost o f the 

project; property owners will be responsible for $4447.20; the balan ce of $5,939.60 
will be paid by the city out of 1982 revenue sharing monies dedicated to' street' lighting" 
ASSIGNED.TO COMMITTEE 









































